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Section 1 


Project Description 



Project Description 
Reaches 1 & 2 


Project Name: Lower Silver Creek, Reaches 1 & 2 

Coyote Watershed Project No. 4026-4003 

Channel Improvements from Coyote Creek to McKee Road 

Project Location: San Jose, CA 

Project Limits: Coyote Creek to McKee Road (STA 0+72.71 to STA 52+35) 

Contract No. C0489 
Scope of Work: 

The Lower Silver Creek Flood Protection Project Reaches 1 and 2, between Coyote Creek 
and McKee Road, runs through alongside residential and industrial areas. In the first 4,000 
feet the new channel is an earth bottom, two-stage channel with areas for wetlands, flood 
plain, riparian plantings and a raised maintenance road. 

Upstream of the earthen channel, a concrete U-frame channel was constructed with a low 
flow channel for a distance of approximately 1,200 feet. 

On May 21, 2002 the Board of Directors awarded the contract to Shimmick Construction 
Company, Inc. to construct channel improvements along Lower Silver Creek and maintain 
the revegetation for three years. 



Section 2 


Project Team 



Santa Clara Valley Water District 
Lower Silver Creek -- Reaches 1 and 2 
Project Team 


Name Company Role 

District 

George Fowler 

SCVWD 

Sr. Project Manager 




Program Manager 

Tom Dean 

Coyote Watershed 

Designated Engineer (installation) 

John Ryan 

Coyote Watershed 

Designated Engineer (maintenance 04-06) 

Tim Bramner 

SCVWD 

Designated Engineer (maintenance 06-07) 

Jeff Tarantino 

Coyote Watershed 

Project Engineer 

Rene Langis 

Coyote Watershed 

Environmental Compliance Officer 




Construction Manager 

Larry Timmer 

■ 

Harris & Associates 

Project Manager 

Ricardo Bedoy 

Harris & Associates 

Construction Manager 

Jim Abbott 

Harris & Associates 

Inspector (Year 2003) 

Greg Aldrich 

Harris & Associates 

Inspector (Year 2002) 




Contractor 

Mark Heuer 

Shimmick Construction 

Project Manager (maintenance) 

John White 

Shimmick Construction 

Project Manager (Year 2003) 

Rick Barrows 

Shimmick Construction 

Project Manager (Year 2002) 

Charley McDonell 

Shimmick Construction 

Superintendent (Year 2003) 

Jamie Jacoby 

Shimmick Construction 

Superintendent (Year 2002) 




Landscape Subcontract 

Tom Pollick 

or 

KCI 

Project Manager (installation) 

Brian Stevenson-Smith 

Crystal Springs 

Project Manager (maintenance) 




Design Engineer 

Robert Lashells 

MacKay & Somps 

Project Manager 

Jennifer Brioschi 

MacKay & Somps 

Project Engineer 




Restoration Ecologist 

John Bourgeois 

H.T. Harvey 

. 

Project Manager 




Water Quality 

David Guthridge 

Light, Air & Space 

. 

Project Manager 
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Section 3 


Project Synopsis 



Project Synopsis 
Reaches 1 & 2 

March 19,2002 
April 17, 2002 

Shimmick Construction Company, Inc. 
24200 Clawiter Road 
Hayward, CA 94545 

$14,666,440 

Contract Award 

Award Date: May 21,2002 

Construction/Installation Phase 

Notice to Begin Work: 

First Chargeable Day: 

Contract Duration: 

Contract Completion Date: 

Contract Time Extensions: 

Actual Completion Date: 

Notice of Completion: 

Maintenance Phase 

Actual Start Date: June 1, 2004 


June 6, 2002 
June 10,2002 
630 Calendar Days 
February 29, 2004 
24 Calendar Days 
March 24, 2004 
July 16, 2004 


Bid Phase 

Advertise Date: 
Bid Opening: 
Low Bidder: 

Bid Amount: 


Contract End Date: 


May 31, 2007 




Section 4 


Submittal List 



Harris & Associates 

Job No: 4026-03 

Project No: 011 -0245 


• 

Submittal Log - 

by Submittal No. 

Lower Silver Creek Reaches 1 and 2 

Date: 8/29/2006 

Page: 1 of 3 






Required 


Latest Dates 



Package 

Submittal 

Rev. 

Title 

Status 

Start Finish 

Rcvd. 

Sent 

Return 

Forward 

BIC 

001 

001-06.17 

000 

Contractor's Cert of Insurance 

NET 


5/29/2002 

6/4/2002 

6/25/2002 

6/25/2002 


002 

002-07.03 

001 

Notice of Intention to Start Work 

NET 


6/17/2002 



6/21/2002 


003 

003-09.04 

001 

Designated Authorized Representa MCN 


7/5/2002 



7/5/2002 


004 

004-17.01 

000 

Mobilization Notification Letter 

MCN 


5/29/2002 



6/21/2002 


005 

005-16.01 

001 

SWPPP 

MCN 


6/19/2002 

6/21/2002 

6/25/2002 

6/26/2002 


006 

006-26.01 

000 

Traffic Control Plan 

MCN 


5/29/2002 

6/17/2002 

7/17/2002 

7/17/2002 


007 

007-17.03 

000 

Clearing & Grubbing Plan 

NET 


6/11/2002 

6/11/2002 

6/14/2002 

6/21/2002 


008 

008-12.03 

000 

Submittal Schedule 

MCN 


6/11/2002 

6/11/2002 

6/14/2002 

6/21/2002 


009 

009-06.10 

000 

Site Specific Safety Program 

NET 


6/10/2002 

6/10/2002 

6/25/2002 

6/25/2002 


010 

010-12.02.02 

002 

Baseline Schedule 

MCN 


8/12/2002 



8/26/2002 


011 

011-19.12 

000 

U-frame Channel Shoring 

MCN 


6/12/2002 

6/18/2002 

7/1/2002 

7/1/2002 


012 

012-13.17 

000 

DRB Member Designation 

APP 


7/22/2002 

7/22/2002 

10/28/2002 

10/28/2002 


013 

013-27.01 

000 

CIDH Pile Concrete Mix Design 

MCN 


7/1/2002 

7/1/2002 

7/17/2002 

7/18/2002 


014 . 

014A-27.01 

000 

U-Frame Channel Rebar SC-001 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014B-27.01 

000 

U-Frame Channel Rebar SC-001 A 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014C-27.01 

000 

U-Frame Channel Rebar SC-001 B 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014D-27.01 

000 

U-Frame Channel Rebar SC-001 C 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014E-27.01 

000 

U-Frame Channel Rebar SC-001 D 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014F-27.01 

000 

U-Frame Channel Rebar SC-001 E 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014G-27.01 

000 

U-Frame Channel Rebar SC-002 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014H-27.01 

000 

U-Frame Channel Rebar SC-002A 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

0141-27.01 

000 

U-Frame Channel Rebar SC-002B 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014J-27.01 

000 

U-Frame Channel Rebar SC-002C 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014K-27.01 

000 

U-Frame Channel Rebar SC-002D 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014L-27.01 

000 

U-Frame Channel Rebar SC-002E 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014M-27.01 

000 

U-Frame Channel Rebar SC-002F 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


014 

014N-27.01 

000 

U-Frame Channel Rebar SC-002G 

MCN 


7/9/2002 

7/9/2002 

7/17/2002 

7/17/2002 


015 

015A-21.02 

001 

Irrigation Syst - Controller 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015B-21.02 

001 

Irrigation System - Contoller Enel. 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015C-21.02 

001 

Irrigation System - Backflow Enel 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015D-21.02 

000 

Irrigation Syst - Elect Conduit 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015E-21.02 

000 

Irrigation Syst - Wire 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015F-21.02 

001 

Irrigation Syst - Wire Connectors 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015G-21.02 

000 

Irrigation Syst - Valve Boxes 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015H-21.02 

000 

Irrigation Syst - Sleeving 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

0151-21.02 

000 

Irrigation Syst - Main Line 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015J-21.02 

000 

Irrigation Syst - Lateral Line 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015K-21.02 

001 

Irrigation Syst - Gate Valves 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015L-21.02 

000 

Irrigation Syst - Copper Fittings 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015M-21.02 

000 

Irrigation Syst - Sch 40,80 Fitting 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015N-21.02 

001 

Irrigation - Quick Coupling Valves 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

0150-21.02 

001 

Irrigation - Quick Coupling Key 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015P-21.02 

000 

Irrigation - Sched 80 PVC Pipe Nip| NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015Q-21.02 

000 

Irrigation - Galvanized Fittings 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015R-21.02 

000 

Irrigation Syst - Galv Pipe Nipples 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015S-21.02 

000 

Irrigation - Hose Clamps 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015T-21.02 

000 

Irrigation - Galv Pipe @ Gabions 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015U-21.02 

000 

Irrigation - PVC Pipe Glue & Primei NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015V-21.02 

000 

Irrigation - Remote Control Valves 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 


015 

015W-21.02 

001 

Irrigation - Bubblers 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 


015 

015X-21.02 

000 

Irrigation - Cobra Connector 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 
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Required 


Latest Dates 


Package 

Submittal 

Rev. 

Title 

Status 

Start Finish 

Rcvd. 

Sent 

Return 

Forward BIC 

015 

015Y-21.02 

001 

Irrigation - Backflow Preventor 

NET 


7/24/2002 

7/29/2002 

9/16/2002 

9/16/2002 

015 

015Z-21.02 

000 

Irrigation - Brass Fittings 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 

015 

015ZA-21.02 

000 

Irrigation Syst - Brass Nipples 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 

015 

015ZB-21.02 

000 

Irrigation Syst - Copper Fittings 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 

015 

015ZC-21.02 

000 

Irrigation Syst - Backflow Blanket 

NET 


7/17/2002 

7/17/2002 

9/26/2002 

9/27/2002 

016 

016-19.12 

000 

Shoring at Power Pole ROW Confir 

MCN 


7/23/2002 

7/24/2002 

7/26/2002 

7/26/2002 

017 

017-13.02 

000 

Site Plan 

MCN 


7/25/2002 



8/6/2002 

018 

018A-21.02 

000 

Irrigation Substitute - Controller 

NET 


7/26/2002 

7/29/2002 

9/16/2002 

9/16/2002 

018 

018B-21.02 

000 

Irrigation Sub. - Control Valves 

NET 


7/26/2002 

7/29/2002 

9/16/2002 

9/16/2002 

019 

019-27.01 

001 

Class 1 Concrete Mix Design 

NET 


8/16/2002 

8/16/2002 

8/21/2002 

8/21/2002 

020 

020-27.01 

001 

Class 2 Concrete Mix Design 

NET 


8/16/2002 

8/16/2002 

8/21/2002 

8/21/2002 

021 

021-27.01 

000 

Class 3 Concrete Mix Design 

NET 


8/5/2002 

8/5/2002 

8/21/2002 

8/21/2002 

022 

022A-27.01 

000 

Type II Flood Walls Pile Cap Rebar 

MCN 


8/6/2002 

8/7/2002 

8/16/2002 

8/16/2002 

022 

022B-27.01 

000 

U-Frame Transition Plan 

NET 


8/6/2002 

8/7/2002 

8/16/2002 

8/16/2002 

022 

022C-27.01 

000 

Transition Cutoff Wall & Ramp Reb 

MCN 


8/7/2002 

8/7/2002 

8/16/2002 

8/16/2002 

022 

022D-27.01 

000 

U-Frame Transition Rebar - dtl A/4( 

NET 


8/7/2002 

8/7/2002 

8/16/2002 

8/16/2002 

022 

022E-27.01 

000 

UFrame Transition Rebar - Slope 

MCN 


8/7/2002 

8/7/2002 

8/16/2002 

8/16/2002 

022 

022F-27.01 

000 

U-Frame Transition Rebar - dtl A/4' 

MCN 


8/7/2002 

8/7/2002 

8/16/2002 

8/16/2002 

023 

023-19.10.01 

000 

Woven Geotextile Fabric 

NET 


8/6/2002 

8/6/2002 

8/7/2002 

8/7/2002 

024 

024-19.10.01 

000 

Non-Woven Fabric 

NET 


8/6/2002 

8/6/2002 

8/6/2002 

8/6/2002 

025 

025-19.10.02 

000 

Geotextile Cellular Confinement 

NET 


8/6/2002 

8/6/2002 

8/7/2002 

8/7/2002 

026 

026-12.02.03 

000 

July 2002 Schedule Update 

MCN 


8/14/2002 



8/27/2002 

027 

027-27.10 

000 

Quality Control Plan for Shotcrete 

MCN 


8/14/2002 

8/14/2002 

8/15/2002 

8/15/2002 

028 

028-19.11 

001 

Geocomposite Drain - see sub #35 

NET 


9/30/2002 

9/30/2002 

10/1/2002 

10/1/2002 

029 

029-27.10 

000 

Shotcrete Nozzlemen Qualifications 

NET 


8/16/2002 

8/16/2002 

8/19/2002 

8/19/2002 

030 

030-27.10 

000 

Shotcrete Mix Design 

MCN 


8/20/2002 

8/20/2002 

8/22/2002 

8/22/2002 

031 

031-27.10 

000 

QC Plan Air Placed Concrete Inveri 

MCN 


8/22/2002 

8/23/2002 

8/23/2002 

8/23/2002 

032 

032-27.01 

000 

Class 1 Cone. Mix Shotcrete Invert 

NET 


8/24/2002 

8/26/2002 

8/26/2002 

8/26/2002 

033 

033-27.10 

000 

Precon. Shotcrete Test Panels 

NET 


9/19/2002 

9/19/2002 


10/22/2002 

034 

034-19.05 

000 

Structural Backfill Material 

NET 


9/25/2002 

9/26/2002 

9/27/2002 

9/27/2002 

035 

035-19.11 

000 

Geocomposite Drainage Material 

NET 


9/30/2002 

9/30/2002 

10/1/2002 

10/1/2002 

036 

036-16.01 

000 

SWPPP Annual Certification 

NET 


11/12/2002 

11/12/2002 

12/18/2002 

12/20/2002 

037 

037-27.03 

000 

Epoxy Material for Drill & Dowel 

NET 


3/14/2003 

3/18/2003 

3/28/2003 

3/28/2003 

038 

038-28.07 

001 

Flood Wall Pile & Pile Cap Reinf. 

NET 


3/19/2003 

3/19/2003 

3/24/2003 

3/24/2003 

039 

039-28.07 

001 

Type II Floodwall Masonry 

NET 


5/14/2003 

5/15/2003 

5/15/2003 

5/15/2003 

040 

040-17.03 

000 

Certified Arborist 

NET 


3/26/2003 

3/26/2003 

3/31/2003 

3/31/2003 

041 

041-28.07 

000 

Floodwall CIDH Pile Mix Design 

MCN 


4/1/2003 

4/1/2003 

4/2/2003 

4/2/2003 

042 

042-28.07 

000 

Floodwall Pile Mix Design Alternate 

MCN 


4/3/2003 

4/3/2003 

4/9/2003 

4/11/2003 

043 

043-28.07 

000 

Type II Floodwall CMU Block Color 

APP 


4/7/2003 

4/7/2003 

4/7/2003 

4/7/2003 

044 

044-12.02.03 

000 

March 2003 Schedule Update 

MCN 


4/11/2003 



4/29/2003 

045 

045-19.12 

001 

Shoring under Walgreens Bridge 

MCN 


6/4/2003 

6/5/2003 

6/11/2003 

6/11/2003 

046 

046-16.01 

000 

SWPPP 2nd Season Dewatering 

MCN 


4/11/2003 

4/14/2003 

5/8/2003 

5/8/2003 

047 

047-28.07 

001 

Type II Floodwall Plan & Profile 

MCN 


4/23/2003 

4/23/2003 

4/30/2003 

4/30/2003 

048 

048-28.07 

001 

Type II Floodwall Minor Cone Mix 

NET 


4/17/2003 

4/17/2003 

4/18/2003 

4/18/2003 

049 

049-20.01 

000 

Gabion Rock Material Certification 

NET 


5/30/2003 

6/2/2003 

6/2/2003 

6/2/2003 

050 

050-22.01 

000 

Rock Slope Protection 

NET 


5/5/2003 

5/5/2003 

5/6/2003 

5/6/2003 

051 

051-12.03 

000 

Submittal Schedule May 2003 

MCN 


5/7/2003 



5/9/2003 

052 

052-12.02.03 

000 

April 2003 Schedule Update 

MCN 


5/13/2003 



5/21/2003 

053 

053-12.02.03 

000 

May 2003 Schedule Update 

MCN 


6/12/2003 



6/24/2003 

054 

054-20.01 

000 

Alternate Gabion Rock 

NET 


6/17/2003 

6/17/2003 

6/18/2003 

6/18/2003 

055 

055-22.01 

000 

Alternate Rock Slope Protection 

NET 


6/17/2003 

6/17/2003 

6/19/2003 

6/19/2003 
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Required _ Latest Dates 


Package 

Submittal 

Rev. 

Title 

Status 

Start 

Finish Rcvd. 

Sent 

Return 

Forward 

056 

056-21.04 

000 

Pesticide Use 

NET 


6/27/2003 

6/30/2003 

7/2/2003 

7/3/2003 

057 

057-12.02.03 

000 

June Schedule Update 

MCN 


7/3/2003 


7/23/2003 

7/23/2003 

058 

058-19.10 

000 

Non-Woven Fabric Substitution 

NET 


7/10/2003 

7/10/2003 

7/14/2003 

7/14/2003 

059 

059-27.01 

001 

Engineered Soil Mix 

NET 


9/4/2003 

9/4/2003 

9/9/2003 

9/9/2003 

060 

060-21.05 

000 

Reveg Planting (Hydroseeding) 

NET 


8/5/2003 

8/6/2003 

9/17/2003 

9/18/2003 

061 

061-22.01 

001 

Alternate 1/4 Ton Rock Source 

NET 


8/7/2003 

8/11/2003 

8/11/2003 

8/11/2003 

062 

062-12.02 

000 

Schedule Update - July '03 

MCN 


8/15/2003 

8/15/2003 

8/27/2003 

8/28/2003 

063 

063-27.01 

000 

U-Frame Rebar STA 50+65 to 50+i MCN 


8/18/2003 

8/18/2003 

8/20/2003 

8/20/2003 

064 

064-18.00 

000 

Dewatering Procedure 

MCN 


8/20/2003 

8/20/2003 

8/20/2003 

8/21/2003 

065 

065-27.01 

000' 

Wooster and UPRR Bridge Rebar [ MCN 


8/20/2003 

8/20/2003 

8/22/2003 

8/22/2003 

066 

066-19.01 

000 

Shoring Calc's STA 22+50 to 63 Rt MCN 


8/22/2003 

8/22/2003 

8/29/2003 

9/2/2003 

067 

067-028.08 

000 

Cutoff Walls - Shop Drwgs 

MCN 


8/29/2003 

8/29/2003 

9/4/2003 

9/5/2003 

068 

068 

002 

Dewatering Outlet Relocation 

APP 


9/5/2003 

9/5/2003 

9/5/2003 

9/5/2003 

069 

069-12.02 

000 

Schedule Update - August 2003 

MCN 


9/9/2003 



9/17/2003 

070 

070-19.10 

001 

Woven Geotextile - Access Roads 

NET 


9/10/2003 

9/10/2003 

9/10/2003 

9/10/2003 

071 

071-27.01 

0 

Hwy 101 - Channel, Ramp Rebar C NET 


9/10/2003 

9/10/2003 

9/22/2003 

9/22/2003 

072 

072-24.04 

000 

Pre-Cast Manhole 

MCN 


9/23/2003 

9/24/2003 

9/25/2003 

9/25/2003 

073 

073-21.07 

000 

Soil Tackifier Certification 

NET 


9/26/2003 

9/26/2003 

9/29/2003 

9/29/2003 

073 

073A-21.07 

000 

Hydroseed Materials 

NET 


9/29/2003 

9/29/2003 

9/29/2003 

9/29/2003 

074 

074-12.01 

001 

Schedule - September 2003 Updati MCN 


10/7/2003 



10/15/2003 

075 

075-21.11 

001 

Weed Control - Application 

APP 


8/16/2004 

8/16/2004 

11/5/2004 

11/5/2004 


Report r_sb_01_b 
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RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 

00001 









RFI 

SHIMMICK 

HARRIS 

U-Frame Channel - shotcrete 



CLO 

6/14/2002 

6/26/2002 

6/25/2002 

RFI 

HARRIS 

M&S 

U-Frame Channel - Shotcrete Walls 


SHOTCR 

CLO 

6/18/2002 

6/26/2002 

6/25/2002 

ANS 

M&S 

HARRIS 

U-Frame Channel - Shotcrete Walls 


SHOTCR 

CLO 

6/19/2002 

6/26/2002 

6/25/2002 

ANS 

HARRIS 

SHIMMICK 

U-Frame Channel - Shotcrete Walls 


SHOTCR 

CLO 

6/26/2002 

6/26/2002 

6/25/2002 

RFI No. 

00002 









RFI 

SHIMMICK 

HARRIS 

Rebar Splicing 



CLO 

7/10/2002 

7/10/2002 

7/12/2002 

RFI 

HARRIS 

M&S 

Rebar Splicing 



CLO 

7/10/2002 

7/10/2002 

7/12/2002 

RFI 

HARRIS 

SHIMMICK 

Rebar Splicing 



CLO 

7/12/2002 

7/12/2002 

7/12/2002 

RFI 

M&S 

HARRIS 

Rebar Splicing 



CLO 

7/12/2002 

7/12/2002 

7/12/2002 

RFI No. 00003 









RFI 

SHIMMICK 

HARRIS 

Fence at Right of Way 


FENCE 

CLO 

7/16/2002 


7/23/2002 

RFI 

HARRIS 

M&S 

Fence at Right of Way 


FENCE 

CLO 

7/16/2002 


7/18/2002 

RFI 

M&S 

HARRIS 

Fence at Right of Way 


FENCE 

CLO 

7/25/2002 


7/18/2002 

RFI 

HARRIS 

SHIMMICK 

Fence at Right of Way 


FENCE 

CLO 

7/25/2002 

7/25/2002 

7/18/2002 

RFI No. 00004 









RFI 

SHIMMICK 

HARRIS 

Fence and Poles at Right of Way 


FENCE 

CLO 

7/18/2002 


7/25/2002 

RFI 

HARRIS 

M&S 

Fence and Poles at Right of Way 


FENCE 

CLO 

7/18/2002 


7/19/2002 

RFI 

M&S 

HARRIS 

Fence and Poles at Right of Way 


FENCE 

CLO 

7/24/2002 


7/19/2002 

RFI 

HARRIS 

SHIMMICK 

Fence and Poles at Right of Way 


FENCE 

CLO 

7/25/2002 

7/25/2002 

7/19/2002 

RFI No. 

00005 









RFI 

SHIMMICK 

HARRIS 

Utility Pole at 48+50 


PWRPOL 

CLO 

7/18/2002 


7/25/2002 

RFI 

HARRIS 

M&S 

Utility Pole at 48+50 


PWRPOL 

CLO 

7/18/2002 


7/19/2002 

RFI 

HARRIS 

SHIMMICK 

Utility Pole at 48+50 


PWRPOL 

CLO 

7/30/2002 

7/26/2002 

7/25/2002 

RFI No. 

00006 









RFI 

SHIMMICK 

HARRIS 

Proposed Utility Pole Shor Solution 


FENCE 

CLO 

7/24/2002 


7/31/2002 

RFI 

HARRIS 

SHIMMICK 

Proposed Utility Pole Shor Solution 


FENCE 

CLO 

7/30/2002 

7/26/2002 

7/31/2002 

RFI No. 

00007 









RFI 

HARRIS 

M&S 

Construction Joint U Frame Walls 



CLO 

7/25/2002 

7/26/2002 

7/29/2002 

RFI 

SHIMMICK 

HARRIS 

Construction Joint U Frame Walls 



CLO 

7/25/2002 


8/1/2002 

RFI 

HARRIS 

SHIMMICK 

Construction Joint U Frame Walls 



CLO 

7/26/2002 

7/26/2002 

7/29/2002 

RFI 

M&S 

HARRIS 

Construction Joint U Frame Walls 



CLO 

7/26/2002 

7/26/2002 

7/29/2002 

RFI No. 

00008 









RFI 

SHIMMICK 

HARRIS 

Water and Power for Irrigation Syst 



CLO 

7/26/2002 


8/2/2002 

RFI 

HARRIS 

SCVWD 

Water and Power for Irrigation Syst 



CLO 

8/1/2002 


8/8/2002 

RFI 

SCVWD 

HARRIS 

Water and Power for Irrigation Syst 



CLO 

8/13/2002 


8/8/2002 

RFI 

HARRIS 

SHIMMICK 

Water and Power for Irrigation Syst 



CLO 

8/14/2002 

8/14/2002 

8/8/2002 


Report r_a_rfi_04b_scvwd 
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RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 

00009 









RFI 

SHIMMICK 

HARRIS 

Winterizing Job Site for Winter 



CLO 

7/31/2002 


8/8/2002 

RFI 

HARRIS 

SCVWD 

Winterizing the Jobsite 



CLO 

8/1/2002 


8/8/2002 

RFI 

SCVWD 

HARRIS 

Winterizing the Jobsite 



CLO 

8/13/2002 


8/8/2002 

RFI 

HARRIS 

SHIMMICK 

Winterizing the Jobsite 



CLO 

8/14/2002 

8/14/2002 

8/8/2002 

RFI No. 

00010 









RFI 

HARRIS 

M&S 

Pipe Obstruction at Sta 48+50 


EXPIPE 

CLO 

7/31/2002 


8/5/2002 

RFI 

SHIMMICK 

HARRIS 

Pipe Obstruction at Sta 48+50 


EXPIPE 

CLO 

7/31/2002 


8/2/2002 

RFI 

M&S 

HARRIS 

Pipe Obstruction at Sta 48+50 


EXPIPE 

CLO 

8/1/2002 


8/5/2002 

RFI 

HARRIS 

SHIMMICK 

Pipe Obstruction at Sta 48+50 


EXPIPE 

CLO 

8/1/2002 

8/1/2002 

8/5/2002 

RFI No. 

00011 









RFI 

SHIMMICK 

HARRIS 

Tree Identification Issues 



CLO 

8/2/2002 


8/9/2002 

RFI 

HARRIS 

SCVWD 

Tree Identification Issues 



CLO 

8/2/2002 


8/9/2002 

RFI 

HARRIS 

SHIMMICK 

Tree Identification Issues 



CLO 

8/19/2002 

8/19/2002 

8/9/2002 

RFI No. 

00012 









RFI 

HARRIS 

M&S 

Channel Lining Weep Holes 



CLO 

8/5/2002 


8/7/2002 

RFI 

SHIMMICK 

HARRIS 

Channel Lining Weep Holes 



CLO 

8/5/2002 


8/12/2002 

RFI 

M&S 

HARRIS 

Channel Lining Weep Holes 



CLO 

8/13/2002 

8/13/2002 

8/7/2002 

RFI 

HARRIS 

SHIMMICK 

Channel Lining Weep Holes 



CLO 

8/13/2002 

8/13/2002 

8/7/2002 

RFI No. 

00013 









RFI 

HARRIS 

M&S 

Expansion Cap for Smooth Dowels 



CLO 

8/5/2002 


8/8/2002 

RFI 

SHIMMICK 

HARRIS 

Expansion Cap for Smooth Dowels 



CLO 

8/5/2002 


8/12/2002 

RFI 

M&S 

HARRIS 

Expansion Cap for Smooth Dowels 



CLO 

8/14/2002 

8/14/2002 

8/8/2002 

RFI 

HARRIS 

SHIMMICK 

Expansion Cap for Smooth Dowels 



CLO 

8/14/2002 

8/14/2002 

8/8/2002 

RFI No. 

00014 









RFI 

SHIMMICK 

HARRIS 

Longitudinal Joint in Invert Slab 



CLO 

8/5/2002 


8/12/2002 

RFI 

HARRIS 

M&S 

Longitudinal Joint in Invert Slab 



CLO 

8/5/2002 


8/12/2002 

RFI 

M&S 

HARRIS 

Longitudinal Joint in Invert Slab 



CLO 

8/7/2002 

8/7/2002 

8/12/2002 

RFI 

HARRIS 

SHIMMICK 

Longitudinal Joint in Invert Slab 



CLO 

8/7/2002 

8/7/2002 

8/12/2002 

RFI No. 

00015 









RFI 

HARRIS 

M&S 

Form Liner 



CLO 

8/5/2002 


8/12/2002 

RFI 

SHIMMICK 

HARRIS 

Form Liner 



CLO 

8/5/2002 


8/12/2002 

RFI 

HARRIS 

SHIMMICK 

Form Liner 



CLO 

8/20/2002 

8/20/2002 

8/12/2002 

RFI No. 00016 









RFI 

SHIMMICK 

HARRIS 

Transition from Reach 2 to Reach 1 


TRANSI 

CLO 

8/7/2002 


8/14/2002 

RFI 

HARRIS 

SCVWD 

Transition from Reach 2 to Reach 1 


TRANSI 

CLO 

8/7/2002 


8/14/2002 

RFI 

SCVWD 

HARRIS 

Transition from Reach 2 to Reach 1 


TRANSI 

CLO 

8/13/2002 


8/14/2002 
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RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded Required 

RFI No. 00016 

RFI HARRIS 

SHIMMICK 

Transition from Reach 2 to Reach 1 


TRANSI 

CLO 

8/21/2002 

8/21/2002 

8/14/2002 

RFI No. 00017 









RFI HARRIS 

M&S 

Rebar Splicing Details A/40 & A/44 



CLO 

8/8/2002 


8/15/2002 

RFI SHIMMICK 

HARRIS 

Rebar Splicing Details A/40 & A/44 



CLO 

8/8/2002 


8/15/2002 

RFI M&S 

HARRIS 

Rebar Splicing Details A/40 & A/44 



CLO 

8/14/2002 

8/14/2002 

8/15/2002 

RFI HARRIS 

SHIMMICK 

Rebar Splicing Details A/40 & A/44 



CLO 

8/14/2002 

8/14/2002 

8/15/2002 

RFI No. 00018 









RFI M&S 

HARRIS 

Rebar Fabrication Error 



CLO 

8/15/2002 


8/22/2002 

RFI SHIMMICK 

HARRIS 

Rebar Fabrication Error 



CLO 

8/15/2002 


8/22/2002 

RFI HARRIS 

M&S 

Rebar Fabrication Error 



CLO 

8/15/2002 


8/22/2002 

RFI HARRIS 

SHIMMICK 

Rebar Fabrication Error 



CLO 

8/16/2002 

8/16/2002 

8/22/2002 

RFI No. 00019 









RFI HARRIS 

M&S 

Weep Hole Pipe Material 



CLO 

8/16/2002 


8/23/2002 

RFI SHIMMICK 

HARRIS 

Weep Hole Pipe Material 



CLO 

8/16/2002 


8/23/2002 

RFI M&S 

HARRIS 

Weep Hole Pipe Material 



CLO 

8/19/2002 


8/23/2002 

RFI HARRIS 

SHIMMICK 

Weep Hole Pipe Material 



CLO 

8/19/2002 

8/19/2002 

8/23/2002 

RFI No. 00020 









RFI HARRIS 

M&S 

Transverse Construction Joint 



CLO 

8/19/2002 


8/26/2002 

RFI SHIMMICK 

HARRIS 

Transverse Construction Joint 



CLO 

8/19/2002 


8/26/2002 

RFI M&S 

HARRIS 

Transverse Construction Joint 



CLO 

8/21/2002 


8/26/2002 

RFI HARRIS 

SHIMMICK 

Transverse Construction Joint 



CLO 

8/21/2002 

8/21/2002 

8/26/2002 

RFI No. 00021 









RFI HARRIS 

M&S 

Uframe backfill & drainage 



CLO 

8/23/2002 


8/30/2002 

RFI SHIMMICK 

HARRIS 

Uframe backfill & drainage 



CLO 

8/23/2002 


8/30/2002 

RFI M&S 

HARRIS 

Uframe backfill & drainage 



CLO 

8/27/2002 


8/30/2002 

RFI HARRIS 

SHIMMICK 

Uframe backfill & drainage 



CLO 

8/27/2002 

8/27/2002 

8/30/2002 

RFI No. 00022 









RFI M&S 

HARRIS 

Use of Foreign Rebar 



CLO 

8/26/2002 


9/2/2002 

RFI HARRIS 

SHIMMICK 

Use of Foreign Rebar 



CLO 

8/26/2002 

8/26/2002 

9/2/2002 

RFI SHIMMICK 

HARRIS 

Use of Foreign Rebar 



CLO 

8/26/2002 


9/2/2002 

RFI HARRIS 

M&S 

Use of Foreign Rebar 



CLO 

8/26/2002 


9/2/2002 

RFI No. 00023 









RFI SHIMMICK 

HARRIS 

Cement Treated Permiable Material 



CLO 

9/6/2002 


9/13/2002 

RFI HARRIS 

M&S 

Cement Treated Permeable Material 



CLO 

9/9/2002 


9/13/2002 

RFI M&S 

HARRIS 

Cement Treated Permeable Material 



CLO 

9/10/2002 


9/13/2002 

RFI HARRIS 

SHIMMICK 

Cement Treated Permeable Material 



CLO 

9/16/2002 

9/16/2002 

9/13/2002 


Report r_a_rfi_04b_scvwd 
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RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 

00024 









RFI 

HARRIS 

M&S 

Horizontal Construction Joint 



CLO 

9/4/2002 


9/6/2002 

RFI 

SHIMMICK 

HARRIS 

Horizontal Construction Joint 



CLO 

9/4/2002 


9/6/2002 

RFI 

M&S 

HARRIS 

Horizontal Construction Joint 



CLO 

9/5/2002 

9/5/2002 

9/6/2002 

RFI 

HARRIS 

SHIMMICK 

Horizontal Construction Joint 



CLO 

9/5/2002 

9/5/2002 

9/6/2002 

RFI No. 

00025 









RFI 

SHIMMICK 

HARRIS 

Concrete Staining 



CLO 

9/6/2002 

9/4/2002 

9/11/2002 

RFI 

HARRIS 

SHIMMICK 

Concrete Staining 



CLO 

9/6/2002 

9/4/2002 

9/11/2002 

RFI No. 

00026 









RFI 

SHIMMICK 

HARRIS 

72" CMP at STA 40+90 


72"CMP 

CLO 

9/6/2002 


9/13/2002 

RFI 

HARRIS 

M&S 

72" CMP at STA 40+90 


72"CMP 

CLO 

9/6/2002 


9/13/2002 

RFI 

HARRIS 

SHIMMICK 

72" CMP at STA 40+90 


72"CMP 

CLO 

9/9/2002 

9/9/2002 

9/13/2002 

RFI 

M&S 

HARRIS 

72" CMP at STA 40+90 


72"CMP 

CLO 

9/9/2002 


9/13/2002 

RFI No. 

00027 









RFI 

HARRIS 

M&S 

Backfill, Drainage Behind U-Frame 



CLO 

9/11/2002 


9/18/2002 

RFI 

SHIMMICK 

HARRIS 

Backfill, Drainage Behind U-Frame 



CLO 

9/11/2002 


9/18/2002 

RFI 

M&S 

HARRIS 

Backfill, Drainage Behind U-Frame 



CLO 

9/13/2002 


9/18/2002 

RFI 

HARRIS 

SHIMMICK 

Backfill, Drainage Behind U-Frame 



CLO 

9/13/2002 

9/13/2002 

9/18/2002 

RFI No. 00028 









RFI 

HARRIS 

M&S 

Combination of Geodrain and Perm 



CLO 

9/13/2002 


9/20/2002 

RFI 

SHIMMICK 

HARRIS 

Combination of Geodrain and Perm 



CLO 

9/13/2002 


9/20/2002 

RFI 

M&S 

HARRIS 

Combination of Geodrain and Perm 



CLO 

9/18/2002 


9/20/2002 

RFI 

HARRIS 

SHIMMICK 

Combination of Geodrain and Perm 



CLO 

9/18/2002 

9/18/2002 

9/20/2002 

RFI No. 

00029 









RFI 

SHIMMICK 

HARRIS 

ASTM C33 #9 backfill material 



CLO 

9/16/2002 


9/23/2002 

RFI 

HARRIS 

M&S 

ASTM C33 #9 backfill material 



CLO 

9/16/2002 


9/23/2002 

RFI 

M&S 

HARRIS 

ASTM C33 #9 backfill material 



CLO 

9/19/2002 


9/23/2002 

RFI 

HARRIS 

SHIMMICK 

ASTM C33 #9 backfill material 



CLO 

9/19/2002 

9/19/2002 

9/23/2002 

RFI No. 

00030 









RFI 

SHIMMICK 

HARRIS 

Concrete Collar on 72" CMP at 40+90 


72"CMP 

CLO 

9/19/2002 


9/26/2002 

RFI 

HARRIS 

M&S 

Concrete Collar on 72" CMP at 40+90 


72"CMP 

CLO 

9/19/2002 


9/26/2002 

RFI 

HARRIS 

SHIMMICK 

Concrete Collar on 72" CMP at 40+90 


72"CMP 

CLO 

9/24/2002 

9/24/2002 

9/26/2002 

RFI 

M&S 

HARRIS 

Concrete Collar on 72" CMP at 40+90 


72"CMP 

CLO 

9/24/2002 


9/26/2002 

RFI No. 

00031 









RFI 

M&S 

HARRIS 

Request for reduced concrete test 



CLO 

9/23/2002 


9/24/2002 

RFI 

HARRIS 

SHIMMICK 

Request for reduced concrete test 



CLO 

9/23/2002 

9/23/2002 

9/24/2002 

RFI 

SHIMMICK 

HARRIS 

Request for reduced concrete test 



CLO 

9/23/2002 


9/30/2002 


Report r_a_rfi_04b_scvwd 
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RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 00031 

RFI HARRIS 

M&S 

Request for reduced concrete test 



CLO 

9/23/2002 


9/24/2002 

RFI No. 00032 









RFI SHIMMICK 

HARRIS 

PacBell Telephone Cable Interferenc 



CLO 

2/20/2003 


2/27/2003 

RFI HARRIS 

SCVWD 

PacBell Telephone Line Interference 


PACBEL 

CLO 

2/21/2003 


2/27/2003 

RFI HARRIS 

SHIMMICK 

PacBell Telephone Cable Interferenc 


PACBEL 

CLO 

3/11/2003 

3/11/2003 

3/18/2003 

RFI No. 00033 









RFI SHIMMICK 

HARRIS 

Flood wall/Power Pole Interferences 


RFI 33 

CLO 

2/20/2003 


2/27/2003 

RFI HARRIS 

M&S 

Flood wall/Power Pole Interferences 


RFI 33 

CLO 

2/21/2003 


2/27/2003 

RFI M&S 

HARRIS 

Flood wall/Power Pole Interferences 


RFI 33 

CLO 

3/12/2003 

3/12/2003 

3/19/2003 

RFI HARRIS 

SHIMMICK 

Flood wall/Power Pole Interferences 


RFI 33 

CLO 

3/18/2003 

3/18/2003 

3/19/2003 

RFI No. 00034 









RFI HARRIS 

SCVWD 

Monitoring Wells 



CLO 

2/25/2003 

3/3/2003 

3/4/2003 

RFI SHIMMICK 

HARRIS 

Monitoring Wells 



CLO 

2/25/2003 


3/4/2003 

RFI HARRIS 

SHIMMICK 

Monitoring Wells 



CLO 

3/5/2003 

3/5/2003 

3/4/2003 

RFI SCVWD 

HARRIS 

Monitoring Wells 



CLO 

3/5/2003 

3/3/2003 

3/4/2003 

RFI No. 00035 









RFI SHIMMICK 

HARRIS 

Rock Retaining Wall SW of 101 


RFI 35 

CLO 

2/25/2003 


3/4/2003 

RFI HARRIS 

SCVWD 

Rock Retaining Wall SW of 101 


RFI 35 

CLO 

2/25/2003 


3/4/2003 

RFI HARRIS 

M&S 

Rock Retaining Wall SW of 101 


RFI 35 

CLO 

3/20/2003 

4/10/2003 

3/27/2003 

RFI HARRIS 

SHIMMICK 

Rock Retaining Wall SW of 101 


RFI 35 

CLO 

4/11/2003 

4/11/2003 

4/18/2003 

RFI M&S 

HARRIS 

Rock Retaining Wall SW of 101 


RFI 35 

CLO 

4/11/2003 

4/10/2003 

4/18/2003 

RFI No. 00036 









RFI SHIMMICK 

HARRIS 

Power Lines at Type II Flood Walls 


RFI 36 

CLO 

3/7/2003 

3/10/2003 

3/14/2003 

RFI HARRIS 

SHIMMICK 

Power Lines at Type II Flood Walls 


RFI 36 

CLO 

3/10/2003 

3/10/2003 

3/17/2003 

RFI No. 00037 









RFI SHIMMICK 

HARRIS 

Power Line De-energizing 



CLO 

3/14/2003 


3/21/2003 

RFI HARRIS 

SHIMMICK 

Power Line De-energizing 



CLO 

3/18/2003 

3/18/2003 

3/25/2003 

RFI No. 00038 









RFI SHIMMICK 

HARRIS 

Type II Flood Wall conflicts 



CLO 

3/14/2003 


3/21/2003 

RFI HARRIS 

M&S 

Type II Flood Wall conflicts 



CLO 

3/20/2003 


3/27/2003 

RFI M&S 

HARRIS 

Type II Flood Wall conflicts 



CLO 

4/1/2003 


4/8/2003 

RFI HARRIS 

SHIMMICK 

Type II Flood Wall conflicts 



CLO 

4/2/2003 

4/2/2003 

4/8/2003 

RFI No. 00039 









RFI SHIMMICK 

HARRIS 

Type II Flood Wall Clarifications 



CLO 

3/14/2003 


3/21/2003 

RFI HARRIS 

M&S 

Type 11 Flood Wall Clarifications 



CLO 

3/18/2003 

3/20/2003 

3/25/2003 

RFI HARRIS 

SHIMMICK 

Type II Flood Wall Clarifications 



CLO 

3/20/2003 

3/20/2003 

3/27/2003 


Report r_a__rfi_04b_scvwd 
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Change 





RFI Number From 

To 

Title 


Issue 

Status 

i Dated 

Responded 

Required 

RFI No. 

00039 









RFI 

M&S 

HARRIS 

Type II Flood Wall Clarifications 



CLO 

3/20/2003 

3/20/2003 

3/27/2003 

RFI No. 

00040 









RFI 

SHIMMICK 

HARRIS 

Fence Clarification at N. 33rd Str. 



CLO 

3/14/2003 


3/21/2003 

RFI 

HARRIS 

M&S 

Fence Clarification at N. 33rd Str. 



CLO 

3/18/2003 

3/18/2003 

3/25/2003 

RFI 

HARRIS 

SHIMMICK 

Fence Clarification at N. 33rd Str. 



CLO 

3/19/2003 

3/18/2003 

3/26/2003 

RFI 

M&S 

HARRIS 

Fence Clarification at N. 33rd Str. 



CLO 

3/19/2003 

3/18/2003 

3/26/2003 

RFI No. 

00041 









RFI 

SHIMMICK 

HARRIS 

Loc. of Ladder, Markers & Grooving 



CLO 

3/14/2003 


3/21/2003 

RFI 

HARRIS 

M&S 

Loc. of Ladder, Markers & Grooving 



CLO 

3/18/2003 

3/18/2003 

3/25/2003 

RFI 

M&S 

HARRIS 

Loc. of Ladder, Markers & Grooving 



CLO 

3/19/2003 

3/18/2003 

3/26/2003 

RFI 

HARRIS 

SHIMMICK 

Loc. of Ladder, Markers & Grooving 



CLO 

3/20/2003 

3/19/2003 

3/26/2003 

RFI No. 

00042 









RFI 

SHIMMICK 

HARRIS 

Tree Clarifications 



CLO 

3/25/2003 


4/1/2003 

RFI 

HARRIS 

M&S 

T ree Clarifications 



CLO 

3/25/2003 


4/1/2003 

RFI 

M&S 

HARRIS 

Tree Clarifications 



CLO 

4/1/2003 

3/31/2003 

4/8/2003 

RFI 

HARRIS 

SHIMMICK 

Tree Clarifications 



CLO 

4/2/2003 

4/2/2003 

4/8/2003 

RFI No. 00043 









RFI 

HARRIS 

M&S 

Power Pole Conflict 



CLO 

3/25/2003 


4/1/2003 

RFI 

SHIMMICK 

HARRIS 

Power Pole Conflict 



CLO 

3/25/2003 


4/1/2003 

RFI 

HARRIS 

SHIMMICK 

Power Pole Conflict 



CLO 

3/31/2003 

3/31/2003 

4/7/2003 

RFI 

M&S 

HARRIS 

Power Pole Conflict 



CLO 

3/31/2003 


4/7/2003 

RFI No. 

00044 









RFI 

HARRIS 

M&S 

Fence Clarification 



CLO 

3/25/2003 

3/31/2003 

4/1/2003 

RFI 

SHIMMICK 

HARRIS 

Fence Clarification 



CLO 

3/25/2003 


4/1/2003 

RFI 

M&S 

HARRIS 

Fence Clarification 



CLO 

3/31/2003 

3/31/2003 

4/7/2003 

RFI 

HARRIS 

SHIMMICK 

Fence Clarification 



CLO 

3/31/2003 

3/31/2003 

4/7/2003 

RFI No. 

00045 









RFI 

HARRIS 

M&S 

Type II Flood Wall Returns 



CLO 

3/31/2003 

4/3/2003 

4/7/2003 

RFI 

SHIMMICK 

HARRIS 

Type II Flood Wall Returns 



CLO 

3/31/2003 


4/7/2003 

RFI 

HARRIS 

SHIMMICK 

Type II Flood Wall Returns 



CLO 

4/3/2003 

4/3/2003 

4/10/2003 

RFI 

M&S 

HARRIS 

Type II Flood Wall Returns 



CLO 

4/3/2003 

4/3/2003 

4/10/2003 

RFI No. 

00046 









RFI 

SHIMMICK 

HARRIS 

Unidentified Concrete Pipe 



CLO 

3/31/2003 


4/7/2003 

RFI 

HARRIS 

SHIMMICK 

Unidentified Concrete Pipe 



CLO 

3/31/2003 

3/31/2003 

4/7/2003 

RFI No. 

00047 









RFI 

SHIMMICK 

HARRIS 

Masonry Block face at comers 



CLO 

4/7/2003 


4/14/2003 
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Change 
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Status 

Dated 

Responded Required 

RFI No. 00047 

RFI HARRIS 

SHIMMICK 

Masonry Block face at corners 



CLO 

4/7/2003 

4/7/2003 

4/14/2003 

RFI No. 00048 









RFI SHIMMICK 

HARRIS 

Monitoring Well Locations 


WELLS 

CLO 

4/8/2003 


4/15/2003 

RFI HARRIS 

M&S 

Monitoring Well Locations 


WELLS 

CLO 

4/8/2003 


4/15/2003 

RFI M&S 

HARRIS 

Monitoring Well Locations 


WELLS 

CLO 

4/11/2003 

4/9/2003 

4/18/2003 

RFI HARRIS 

SHIMMICK 

Monitoring Well Locations 


WELLS 

CLO 

4/11/2003 

4/11/2003 

4/15/2003 

RFI No. 00049 









RFI SHIMMICK 

HARRIS 

Rebar Splicing for Type II Flood Wl 



CLO 

4/25/2003 


5/2/2003 

RFI HARRIS 

M&S 

Rebar Splicing for Type II Flood Wl 



CLO 

4/29/2003 


5/6/2003 

RFI M&S 

HARRIS 

Rebar Splicing for Type II Flood Wl 



CLO 

5/1/2003 

5/1/2003 

5/8/2003 

RFI HARRIS 

SHIMMICK 

Rebar Splicing for Type II Flood Wl 



CLO 

5/1/2003 

5/1/2003 

5/8/2003 

RFI No. 00050 









RFI SHIMMICK 

HARRIS 

Rebar Dtl bwn Warped Wall & Floodwl 



CLO 

4/25/2003 


5/2/2003 

RFI HARRIS 

M&S 

Rebar Dtl bwn Warped Wall & Floodwl 



CLO 

4/29/2003 


5/6/2003 

RFI M&S 

HARRIS 

Rebar Dtl bwn Warped Wall & Floodwl 



CLO 

4/30/2003 


5/8/2003 

RFI HARRIS 

SHIMMICK 

Rebar Dtl bwn Warped Wall & Floodwl 



CLO 

5/1/2003 

5/1/2003 

5/8/2003 

RFI No. 00051 









RFI SHIMMICK 

HARRIS 

Gabion Ramp Layout Alternative 



CLO 

4/25/2003 


5/2/2003 

RFI HARRIS 

M&S 

Gabion Ramp Layout Alternative 



CLO 

4/29/2003 


5/6/2003 

RFI M&S 

HARRIS 

Gabion Ramp Layout Alternative 



CLO 

5/6/2003 


5/13/2003 

RFI HARRIS 

SHIMMICK 

Gabion Ramp Layout Alternative 



CLO 

5/6/2003 

5/6/2003 

5/13/2003 

RFI No. 00052 









RFI SHIMMICK 

HARRIS 

Gabion Outfall Design 



CLO 

4/25/2003 


5/2/2003 

RFI HARRIS 

M&S 

Gabion Outfall Design 



CLO 

4/29/2003 


5/6/2003 

RFI M&S 

HARRIS 

Gabion Outfall Design 



CLO 

5/6/2003 


5/13/2003 

RFI HARRIS 

SHIMMICK 

Gabion Outfall Design 



CLO 

5/8/2003 

5/8/2003 

5/13/2003 

RFI No. 00053 









RFI SHIMMICK 

HARRIS 

Battery Operated Controller Alt. 


BATERY 

CLO 

5/5/2003 


5/12/2003 

RFI HARRIS 

M&S 

Battery Irrigation Controller Alt, 


BATERY 

CLO 

5/5/2003 


5/12/2003 

RFI HARRIS 

SHIMMICK 

Battery Irrigation Controller Alt. 


BATERY 

CLO 

5/12/2003 

5/12/2003 

5/19/2003 

RFI M&S 

HARRIS 

Battery Irrigation Controller Alt. 


BATERY 

CLO 

5/12/2003 

5/12/2003 

5/19/2003 

RFI No. 00054 









RFI HARRIS 

SHIMMICK 

Trim U-frame heel @ Walgreens Brge. 



CLO 

5/8/2003 

5/8/2003 

5/15/2003 

■ RFI M&S 

HARRIS 

Trim U-frame heel @ Walgreens Brge. 



CLO 

5/8/2003 


5/15/2003 

RFI SHIMMICK 

HARRIS 

Trim U-frame heel @ Walgreens Brge. 



CLO 

5/8/2003 


5/15/2003 
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RFI Number From 

To 
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Change 
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Status 

Dated 
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RFI No. 00055 

RFI HARRIS 

M&S 

Modified Gabion Transition ST 32+73 



CLO 

5/22/2003 


5/29/2003 

RFI SHIMMICK 

HARRIS 

Modified Gabion Transition ST 32+73 



CLO 

5/22/2003 


5/29/2003 

RFI M&S 

HARRIS 

Modified Gabion Transition ST 32+73 



CLO 

5/23/2003 


5/30/2003 

RFI HARRIS 

SHIMMICK 

Modified Gabion Transition ST 32+73 



CLO 

5/23/2003 

5/23/2003 

5/30/2003 

RFI No. 00056 









RFI HARRIS 

M&S 

Engineered Soil Mix Provider 



CLO 

6/6/2003 


6/13/2003 

RFI SHIMMICK 

HARRIS 

Engineered Soil Mix Provider 



CLO 

6/6/2003 


6/13/2003 

RFI M&S 

HARRIS 

Engineered Soil Mix Provider 



CLO 

6/9/2003 

6/9/2003 

6/16/2003 

RFI HARRIS 

SHIMMICK 

Engineered Soil Mix Provider 



CLO 

6/9/2003 

6/9/2003 

6/16/2003 

RFI No. 00057 









RFI SHIMMICK 

HARRIS 

4" Sleeves & irrigation lines 



CLO 

6/11/2003 


6/18/2003 

RFI HARRIS 

M&S 

4" Sleeves & irrigation lines 



CLO 

6/11/2003 


6/18/2003 

RFI M&S 

HARRIS 

4" Sleeves & irrigation lines 



CLO 

6/13/2003 


6/24/2003 

RFI HARRIS 

SHIMMICK 

4" Sleeves & irrigation lines 



CLO 

6/17/2003 

6/17/2003 

6/24/2003 

RFI No. 00058 









RFI HARRIS 

M&S 

Wooster Ramp Concrete 



CLO 

7/3/2003 


7/10/2003 

RFI SHIMMICK 

HARRIS 

Wooster Ramp Concrete 



CLO 

7/3/2003 


7/10/2003 

RFI HARRIS 

SHIMMICK 

Wooster Ramp Concrete 



CLO 

7/8/2003 

7/8/2003 

7/15/2003 

RFI M&S 

HARRIS 

Wooster Ramp Concrete 



CLO 

7/8/2003 

7/8/2003 

7/15/2003 

RFI No. 00059 









RFI HARRIS 

M&S 

Dowels in existing U-frame 



CLO 

7/3/2003 


7/10/2003 

RFI SHIMMICK 

HARRIS 

Dowels in Existing U-frame 



CLO 

7/3/2003 


7/10/2003 

RFI HARRIS 

SHIMMICK 

Dowels in Existing U-frame 



CLO 

7/8/2003 

7/8/2003 

7/15/2003 

RFI M&S 

HARRIS 

Dowels in Existing U-frame 



CLO 

7/8/2003 


7/15/2003 

RFI No. 00060 









RFI SHIMMICK 

HARRIS 

Wooster Gabion/Bridge Pile Conflict 



CLO 

7/8/2003 


7/15/2003 

RFI HARRIS 

M&S 

Wooster Gabion/Bridge Pile Conflict 



CLO 

7/9/2003 


7/16/2003 

RFI HARRIS 

SHIMMICK 

Wooster Gabion/Bridge Pile Conflict 



CLO 

7/10/2003 

7/9/2003 

7/17/2003 

RFI No. 00061 









RFI M&S 

HARRIS 

Planter Bench / 4" Pipe @ 101 



CLO 

7/10/2003 


7/29/2003 

RFI HARRIS 

SHIMMICK 

Planter Bench / 4" Pipe @ 101 



CLO 

7/10/2003 

7/10/2003 

7/17/2003 

RFI HARRIS 

M&S 

Planter Bench / 4" Pipe @ 101 



CLO 

7/10/2003 


7/17/2003 

RFI SHIMMICK 

HARRIS 

Planter Bench / 4" Pipe @101 



CLO 

7/10/2003 


7/17/2003 

RFI No. 00062 









RFI HARRIS 

M&S 

Shotcrete Use under Wooster Bridge 



CLO 

7/14/2003 

7/16/2003 

7/21/2003 

RFI SHIMMICK 

HARRIS 

Shotcrete Use under Wooster Bridge 



CLO 

7/14/2003 

7/16/2003 

7/21/2003 
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To 
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Change 
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Status 

Dated 

Responded Required 

RFI No. 00062 

RFI M&S 

HARRIS 

Shotcrete Use under Wooster Bridge 



CLO 

7/16/2003 

7/16/2003 

7/29/2003 

RFI HARRIS 

SHIMMICK 

Shotcrete Use under Wooster Bridge 



CLO 

7/16/2003 

7/16/2003 

7/23/2003 

RFI No. 00063 









RFI HARRIS 

M&S 

Gabion Transition 21+20 to 21+40 RT 



CLO 

7/21/2003 

8/6/2003 

7/28/2003 

RFI SHIMMICK 

HARRIS 

Gabion Transition 21+20 to 21+40 RT 



CLO 

7/21/2003 

8/6/2003 

7/28/2003 

RFI HARRIS 

SHIMMICK 

Gabion Transition 21+20 to 21+40 RT 



CLO 

8/6/2003 

8/6/2003 

8/13/2003 

RFI M&S 

HARRIS 

Gabion Transition 21+20 to 21+40 RT 



CLO 

8/6/2003 

8/6/2003 

8/13/2003 

RFI No. 00064 









RFI M&S 

HARRIS 

Transition from Sta 50+65 to 98.5 



CLO 

7/30/2003 

8/1/2003 

8/8/2003 

RFI HARRIS 

M&S 

Transition from Sta 50+65 to 98.5 



CLO 

7/30/2003 


8/6/2003 

RFI SHIMMICK 

HARRIS 

Transition from Sta 50+65 to 98.5 



CLO 

7/30/2003 


8/6/2003 

RFI HARRIS 

SHIMMICK 

Transition from Sta 50+65 to 50+98 



CLO 

8/1/2003 

8/1/2003 

8/8/2003 

RFI No. 00065 









RFI HARRIS 

M&S 

Transition STA 50+65 to 98.5 



CLO 

8/4/2003 


8/11/2003 

RFI SHIMMICK 

HARRIS 

Transition STA 50+65 to 98.5 



CLO 

8/4/2003 


8/11/2003 

RFI M&S 

HARRIS 

Transition STA 50+65 to 98.5 



CLO 

8/6/2003 


8/13/2003 

RFI HARRIS 

SHIMMICK 

Transition STA 50+65 to 98.5 



CLO 

8/6/2003 

8/6/2003 

8/13/2003 

RFI No. 00066 









RFI HARRIS 

M&S 

Gabions around power poles 



CLO 

8/4/2003 

8/13/2003 

8/5/2003 

RFI SHIMMICK 

HARRIS 

Gabions around power poles 



CLO 

8/4/2003 

8/13/2003 

8/5/2003 

RFI HARRIS 

SHIMMICK 

Gabions around power poles 



CLO 

8/13/2003 

8/13/2003 

8/20/2003 

RFI M&S 

HARRIS 

Gabions around power poles 



CLO 

8/13/2003 

8/13/2003 

8/20/2003 

RFI No. 00067 









RFI HARRIS 

M&S 

Cutoff Wall at Walgreens 



CLO 

8/6/2003 

8/11/2003 

8/13/2003 

RFI SHIMMICK 

HARRIS 

Cutoff Wall at Walgreens 



CLO 

8/6/2003 


8/13/2003 

RFI M&S 

HARRIS 

Cutoff Wall at Walgreens 



CLO 

8/11/2003 

8/11/2003 

8/18/2003 

RFI HARRIS 

SHIMMICK 

Cutoff Wall at Walgreens 



CLO 

8/11/2003 

8/11/2003 

8/18/2003 

RFI No. 00068 









RFI HARRIS 

M&S 

Cutoff Wall at Walgreens B/47 



CLO 

8/6/2003 

8/19/2003 

8/13/2003 

RFI SHIMMICK 

HARRIS 

Cutoff Wall at Walgreens B/47 



CLO 

8/6/2003 


8/13/2003 

RFI M&S 

HARRIS 

Cutoff Wall at Walgreens B/47 



CLO 

8/20/2003 

8/19/2003 

8/27/2003 

RFI HARRIS 

SHIMMICK 

Cutoff Wall at Walgreens B/47 



CLO 

8/20/2003 

8/20/2003 

8/27/2003 

RFI No. 00069 









RFI SHIMMICK 

HARRIS 

Gabion Facing 



CLO 

8/6/2003 


8/13/2003 

RFI HARRIS 

SCVWD 

Gabion Facing 



CLO 

8/6/2003 


8/13/2003 

RFI HARRIS 

SHIMMICK 

Gabion Facing 



CLO 

8/7/2003 

8/7/2003 

8/14/2003 


Report r_a_rfi_04b_scvwd 






Harris & Associates 



Lower Silver Creek Reaches 1 and 2 

Job No: 4026-03 


RFI Log 




Date: 8/29/2006 

Project No: 011 -0245 






Page: 

10 of 13 

RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 00070 

RFI HARRIS 

M&S 

Access Rd @ 101 Bridge 



CLO 

8/7/2003 


8/14/2003 

RFI SHIMMICK 

HARRIS 

Access Rd @ 101 Bridge 



CLO 

8/7/2003 


8/14/2003 

RFI HARRIS 

SHIMMICK 

Access Rd @ 101 Bridge 



CLO 

8/25/2003 

8/25/2003 

9/1/2003 

RFI M&S 

HARRIS 

Access Rd @ 101 Bridge 



CLO 

8/25/2003 


9/1/2003 

RFI No. 00071 









RFI HARRIS 

SCVWD 

Jetting Soil at Gabion Baskets 



CLO 

8/7/2003 

8/8/2003 

8/14/2003 

RFI SHIMMICK 

HARRIS 

Jetting Soil at Gabion Baskets 



CLO 

8/7/2003 

8/8/2003 

8/14/2003 

RFI HARRIS 

SHIMMICK 

Jetting Soil at Gabion Baskets 



CLO 

8/11/2003 

8/8/2003 

8/18/2003 

RFI SCVWD 

HARRIS 

Jetting Soil at Gabion Baskets 



CLO 

8/11/2003 

8/8/2003 

8/18/2003 

RFI No. 00072 









RFI HARRIS 

SHIMMICK 

Raised CMP at STA 24+70 



CLO 

8/11/2003 

8/11/2003 

8/18/2003 

RFI HARRIS 

SCVWD 

Raised CMP at STA 24+70 



CLO 

8/11/2003 

8/11/2003 

8/18/2003 

RFI SHIMMICK 

HARRIS 

Raised CMP at STA 24+70 



CLO 

8/11/2003 

8/11/2003 

8/18/2003 

RFI No. 00073 









RFI SHIMMICK 

HARRIS 

Rebar @ GAbion Cutoff Walls 



CLO 

8/11/2003 

8/13/2003 

8/18/2003 

RFI HARRIS 

M&S 

Rebar @ GAbion Cutoff Walls 



CLO 

8/11/2003 

8/12/2003 

8/18/2003 

RFI HARRIS 

SHIMMICK 

Rebar @ GAbion Cutoff Walls 



CLO 

8/13/2003 

8/13/2003 

8/20/2003 

RFI M&S 

HARRIS 

Rebar @ Gabion Cutoff Walls 



CLO 

8/13/2003 

8/12/2003 

8/20/2003 

RFI No. 00074 









RFI HARRIS 

M&S 

Thickness of U-frame Trans Invert 



CLO 

8/11/2003 

8/12/2003 

8/18/2003 

RFI SHIMMICK 

HARRIS 

Thickness of U-frame Trans Invert 



CLO 

8/11/2003 


8/18/2003 

RFI HARRIS 

SHIMMICK 

Thickness of U-frame Trans Invert 



CLO 

8/13/2003 

8/13/2003 

8/20/2003 

RFI M&S 

HARRIS 

Thickness of U-frame Trans Invert 



CLO 

8/13/2003 

8/12/2003 

8/20/2003 

RFI No. 00075 









RFI HARRIS 

M&S 

Expansion Joint @ Walgreens Bridge 



CLO 

8/18/2003 

8/20/2003 

8/25/2003 

RFI SHIMMICK 

HARRIS 

Expansion Joint @ Walgreens Bridge 



CLO 

8/18/2003 


8/25/2003 

RFI HARRIS 

SHIMMICK 

Expansion Joint @ Walgreens Bridge 



CLO 

8/21/2003 

8/20/2003 

8/28/2003 

RFI No. 00076 









RFI HARRIS 

SCVWD 

Landscape and Irrigation Questions 



CLO 

8/18/2003 


8/25/2003 

RFI SHIMMICK 

HARRIS 

Landscape and Irrigation Questions 



CLO 

8/18/2003 


8/25/2003 

RFI HARRIS 

SHIMMICK 

Landscape and Irrigation Questions 



CLO 

8/28/2003 

8/28/2003 

9/4/2003 

RFI No. 00077 









RFI HARRIS 

SHIMMICK 

Routing of Irrigation Line / Wires 



CLO 

8/21/2003 

8/21/2003 

8/28/2003 

RFI HARRIS 

M&S 

Routing of Irrigation Line / Wires 



CLO 

8/21/2003 

8/21/2003 

8/28/2003 

RFI SHIMMICK 

HARRIS 

Routing of Irrigation Line / Wires 



CLO 

8/21/2003 

8/21/2003 

8/28/2003 
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RFI No. 00078 

RFI HARRIS 

SHIMMICK 

Const'n Joint in Cutoff Walls 



CLO 

8/28/2003 

8/28/2003 

9/4/2003 

RFI SHIMMICK 

HARRIS 

Const'n Joint in Cutoff Walls 



CLO 

8/28/2003 

8/28/2003 

9/4/2003 

RFI HARRIS 

M&S 

Const'n Joint in Cutoff Walls 



CLO 

8/28/2003 

8/28/2003 

9/4/2003 

RFI No. 00079 









RFI SHIMMICK 

HARRIS 

Layout of Low Flow, Channel Toe 



CLO 

8/28/2003 


9/4/2003 

RFI HARRIS 

M&S 

Layout of Low Flow, Channel Toe 



CLO 

8/28/2003 


9/4/2003 

RFI HARRIS 

SHIMMICK 

Layout of Low Flow, Channel Toe 



CLO 

8/29/2003 

8/29/2003 

9/5/2003 

RFI No. 00080 









RFI SHIMMICK 

HARRIS 

Flood Wall Ht STA 32+00 to 32+72 RT 



CLO 

8/28/2003 

8/29/2003 

9/4/2003 

RFI HARRIS 

M&S 

Flood Wall Ht STA 32+00 to 32+72 RT 



CLO 

8/28/2003 

8/29/2003 

9/4/2003 

RFI HARRIS 

SHIMMICK 

Flood Wall Ht STA 32+00 to 32+72 RT 



CLO 

8/29/2003 

8/29/2003 

9/5/2003 

RFI M&S 

HARRIS 

Flood Wall Ht STA 32+00 to 32+72 RT 



CLO 

8/29/2003 

8/29/2003 

9/5/2003 

RFI No. 00081 









RFI HARRIS 

M&S 

Irrigation Lateral LineTrench Depth 



CLO 

8/29/2003 

8/29/2003 

9/5/2003 

RFI SHIMMICK 

HARRIS 

Irrigation Lateral LineTrench Depth 



CLO 

8/29/2003 


9/5/2003 

RFI M&S 

HARRIS 

Irrigation Lateral LineTrench Depth 



CLO 

9/2/2003 

8/29/2003 

9/9/2003 

RFI HARRIS 

SHIMMICK 

Irrigation Lateral LineTrench Depth 



CLO 

9/2/2003 

9/2/2003 

9/9/2003 

RFI No. 00082 









RFI SHIMMICK 

HARRIS 

Reach 1A Irrigation Layout 



CLO 

9/2/2003 

9/3/2003 

9/9/2003 

RFI HARRIS 

M&S 

Reach 1A Irrigation Layout 



CLO 

9/2/2003 


9/9/2003 

RFI M&S 

HARRIS 

Reach 1A Irrigation Layout 



CLO 

9/11/2003 


9/18/2003 

RFI HARRIS 

SHIMMICK 

Reach 1A Irrigation Layout 



CLO 

9/15/2003 

9/3/2003 

9/18/2003 

RFI No. 00083 









RFI HARRIS 

SHIMMICK 

Rebar Details at Hwy 101 



CLO 

9/3/2003 

9/3/2003 

9/10/2003 

RFI SHIMMICK 

HARRIS 

Rebar Details at Hwy 101 



CLO 

9/3/2003 

9/3/2003 

9/10/2003 

RFI M&S 

HARRIS 

Rebar Details at Hwy 101 



CLO 

9/3/2003 

9/3/2003 

9/10/2003 

RFI HARRIS 

M&S 

Rebar Details at Hwy 101 



CLO 

9/3/2003 

9/3/2003 

9/10/2003 

RFI No. 00084 









RFI SHIMMICK 

HARRIS 

Expansion Joint at U-frame Trans'n 



CLO 

9/5/2003 

9/9/2003 

9/12/2003 

RFI HARRIS 

M&S 

Expansion Joint at U-frame Trans'n 



CLO 

9/5/2003 

9/9/2003 

9/12/2003 

RFI M&S 

HARRIS 

Expansion Joint at U-frame Trans'n 



CLO 

9/9/2003 

9/9/2003 

9/16/2003 

RFI HARRIS 

SHIMMICK 

Expansion Joint at U-frame Trans'n 



CLO 

9/9/2003 

9/9/2003 

9/16/2003 

RFI No. 00085 









RFI SHIMMICK 

HARRIS 

Concrete Sealer 



CLO 

9/5/2003 

9/19/2003 

9/12/2003 

RFI HARRIS 

M&S 

Concrete Sealer 



CLO 

9/5/2003 

9/19/2003 

9/12/2003 

RFI HARRIS 

SHIMMICK 

Concrete Sealer 



CLO 

9/19/2003 

9/19/2003 

9/26/2003 


Report r_a_rfi_04b_scvwd 










Harris & Associates 



Lower Silver Creek Reaches 1 and 2 

Job No: 4026-03 
Project No: 011-0245 


RFI Log 



Date: 8/29/2006 

Page: 12 of 13 

RFI Number From 

To 

Title 


Change 

Issue 

Status 

Dated 

Responded 

Required 

RFI No. 

00086 









RFI 

SHIMMICK 

HARRIS 

Lateral Drainage @ Wooster Slopes 



CLO 

9/10/2003 

9/11/2003 

9/17/2003 

RFI 

HARRIS 

M&S 

Lateral Drainage @ Wooster Slopes 



CLO 

9/10/2003 

9/11/2003 

9/17/2003 

RFI 

M&S 

HARRIS 

Lateral Drainage @ Wooster Slopes 



CLO 

9/11/2003 

9/11/2003 

9/18/2003 

RFI 

HARRIS 

SHIMMICK 

Lateral Drainage @ Wooster Slopes 



CLO 

9/11/2003 

9/11/2003 

9/18/2003 

RFI No. 00087 









RFI 

HARRIS 

M&S 

Hole Size for Planting 



CLO 

9/10/2003 

9/19/2003 

9/17/2003 

RFI 

SHIMMICK 

HARRIS 

Hole Size for Planting 



CLO 

9/10/2003 

9/19/2003 

9/17/2003 

RFI 

HARRIS 

SHIMMICK 

Hole Size for Planting 



CLO 

9/19/2003 

9/19/2003 

9/26/2003 

RFI 

M&S 

HARRIS 

Hole Size for Planting 



CLO 

9/19/2003 

9/19/2003 

9/26/2003 

RFI No. 

00087R1 









RFI 

HARRIS 

SHIMMICK 

Hole Size for Planting - 



CLO 

9/29/2003 

9/19/2003 

10/6/2003 

RFI No. 

00088 









RFI 

SHIMMICK 

HARRIS 

"•VOID per SHIMMICK*” 



CLO 

9/16/2003 


9/23/2003 

RFI No. 

00089 









RFI 

HARRIS 

M&S 

Copper Pipe at Backflow Preventers 



CLO 

9/16/2003 

9/18/2003 

9/23/2003 

RFI 

SHIMMICK 

HARRIS 

Copper Pipe at Backflow Preventers 



CLO 

9/16/2003 

9/18/2003 

9/23/2003 

RFI 

M&S 

HARRIS 

Copper Pipe at Backflow Preventers 



CLO 

9/18/2003 

9/18/2003 

9/25/2003 

RFI 

HARRIS 

SHIMMICK 

Copper Pipe at Backflow Preventers 



CLO 

9/18/2003 

9/18/2003 

9/25/2003 

RFI No. 00090 









RFI 

HARRIS 

M&S 

Lateral Line Pressure Testing 



CLO 

9/16/2003 

9/19/2003 

9/23/2003 

RFI 

SHIMMICK 

HARRIS 

Lateral Line Pressure Testing 



CLO 

9/16/2003 

9/19/2003 

9/23/2003 

RFI 

HARRIS 

SHIMMICK 

Lateral Line Pressure Testing 



CLO 

9/18/2003 

9/19/2003 

9/25/2003 

RFI 

M&S 

HARRIS 

Lateral Line Pressure Testing 



CLO 

9/18/2003 

9/19/2003 

9/25/2003 

RFI No. 

00091 









RFI 

SHIMMICK 

HARRIS 

Steel Posts at Metal Beam Guard Rai 



CLO 

10/21/2003 


10/29/2003 

RFI 

HARRIS 

SCVWD 

Steel Posts at Metal Beam Guard Rai 



CLO 

10/22/2003 

10/21/2003 

10/29/2003 

RFI No. 00092 









RFI 

HARRIS 

M&S 

Location of Water Meter 



CLO 

10/28/2003 

10/28/2003 

11/4/2003 

RFI 

SHIMMICK 

HARRIS 

Location of Water Meter 



CLO 

10/28/2003 

11/6/2003 

11/4/2003 

RFI 

HARRIS 

SCVWD 

Location of Water Meter 



CLO 

10/29/2003 

11/6/2003 

11/5/2003 

RFI 

HARRIS 

SHIMMICK 

Location of Water Meter 



CLO 

11/6/2003 

11/6/2003 

11/13/2003 

RFI No. 

00093 









RFI 

SHIMMICK 

HARRIS 

Hydrant Location 



CLO 

11/14/2003 

11/19/2003 

11/21/2003 

RFI 

HARRIS 

SCVWD 

Hydrant Location 



CLO 

11/18/2003 

11/19/2003 

11/25/2003 

RFI 

HARRIS 

SHIMMICK 

Hydrant Location 



CLO 

11/19/2003 

11/19/2003 

11/26/2003 


Report r_a_rfi_04b_scvwd 













Harris & Associates 

Job No: 4026-03 
Project No: 011 -0245 


RFI Log 

Lower Silver Creek Reaches 1 and 2 

Date: 8/29/2006 
Page: 13 of 13 






Change 





RFI Number From 

To 

Title 


Issue 

Status 

Dated 

Responded 

1 Required 

RFI No. 

00094 









RFI 

HARRIS 

SHIMMICK 

Loc'n of Backflow Device @ Wooster 



CLO 

11/26/2003 

11/26/2003 

12/3/2003 

RFI 

SHIMMICK 

: HARRIS 

Loc'n of Backflow Device @ Wooster 



CLO 

11/26/2003 

12/26/2003 

12/3/2003 

RFI No. 

00095 









RFI 

SHIMMICK 

1 HARRIS 

Scope of Work - Coast Landscape 



CLO 

5/17/2004 

5/24/2004 

5/24/2004 

RFI 

HARRIS 

SHIMMICK 

Scope of Work - Coast Landscape 



CLO 

5/17/2004 

5/24/2004 

5/24/2004 

RFI No. 

00096 









RFI 

SHIMMICK 

I HARRIS 

Pesticide and Weed List 



CLO 

7/14/2004 

7/15/2004 

7/21/2004 

RFI 

HARRIS 

SCVWD 

Pesticide and Weed List 



CLO 

7/14/2004 

7/15/2004 

7/21/2004 

RFI 

HARRIS 

SHIMMICK 

Pesticide and Weed List 



CLO 

7/15/2004 

7/15/2004 

7/22/2004 

RFI No. 

00096A 









RFI 

HARRIS 

SHIMMICK 

Pesticide and Weed List 



CLO 

11/10/2004 

7/15/2004 

11/17/2004 


Report r_a_rfi__04b_scvwd 



Section 6 

Contract 
Change Orders 


(CCOs) 



06/13/2803 10:30 4083479400 


HARRIS AND ASSOC 


PAGE 05 




Santa Oara Valley Water District ^ 

Project: Lower Silver Creek, Reaches 1 & 2 

Original Contract Amount: $14,666,440 _ 

To Shimmlck Construction Company, Inc. 


CONTRACT CHANGE ORDER NO. 
CONTRACT NO- C 0489 


1_ of 4 Sheets 


Current Contract Amount: $14,666,440 


Contractor 


You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 
effective until approved by the District. 


Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance will be made for idle time. 

uested by District 


ADDITIONAL ITEMS OF WORK 

Extra Work Bill #001 - Modify Mobilization Payment, Bid Item #2 

Section 17.01. "Mobilization' 1 of the Contract Documents shall be modified to allow payment up to 40% of Bid Item #2. 
This is a no-cost change to the contract.$ 0.00 

Extra Work Bill #002 - Costs for Partnering 

In accordance with Section 13.15, "Payment” of the Contract Documents, the Contractor shall be reimbursed for the 
Facilitator costs, plus 5% markup, incurred on June 3 and 4, 2002; the reimbursable amount shall be $8,656 The subject 
reimbursable amount will be applied to Bid Item #40, “Extra Work”.$ 8,656.00 

Extra Work Bill #003 - DRB Reimbursement #01 

In accordance with Section 13.17.03. ‘Compensation of Disputes Review Board’ of the Contract Documents, the 
Contractor shall be reimbursed for 50% of the ORB fees and expenses invoiced, plus 5% markup. The total invoice 
amount for the September 5, 2002 meeting is $2,795; this equates to a reimbursable amount of $1,438. The subject 
reimbursable amount will be applied to Bid Item #40, “Extra Work”.$ 1,438.00 

Extra Work Bill #004 - Shade Cloth at AAB Investments 

The Contractor's shall furnish, install, maintain, and remove shade cloth along A&B Investments Temporary Construction 
Easement (TCE) for the lump sum price of $5,447. The lump sum price also includes replacing the shade cloth material 
once during the projecL This change shall consist of the aforementioned scope of work and shall be based on the use of 
Lumite Fabric Style #994GC shade cloth, in black. The subject lump sum price will be applied to Bid Item #40, ‘Extra 
Work ".^.$ 5,447.00 

Extra Work Bill #005 - Channel Realignment STA 40+09 to STA 43+47 

The Contractor shall construct an additional 3.5 lineal feet of U-Frame Channel between STA 40+09 and STA 43+47 for 
the lump sum price of $15,458. All work shall be done in accordance with the Contract Documents. The subject lump sum 
price will be applied to Bid Item #40, “Extra Work’.$ 15 , 458.00 


Extra Work Bill #006 - DRB Reimbursement #02 

In accordance with Section 13.17,03, “Compensation of Disputes Review Board” of the Contract Documents, the 
Contractor shall be reimbursed for 50% of the DRB fees and expenses invoiced, plus 5% markup. The total invoice 
amount for the October 8, 2002 meeting is $4,500; this equates to a reimbursable amount of $2,363. The subject 
reimbursable amount will be applied to Bid Item #40, “Extra Work”.$ 2,363.00 


FMC121b 

FCE 207w (Revised 07/06/01) 
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Sonia data Volley Water District 



CONTRACT CHANGE ORDER NO. _001 

CONTRACT NO. C 0489 


Project: Lower Silver Creek. Reaches 1 & 2 _ Sheet 2 of 4 Sheets 

Original Contract Amount: $14,666,440 _ Current Contract Amount: $14,666,440 _ 

To Shimmick Construction Company. Inc. _ Contractor 

You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 

effective until approved by the District. __ 

Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance will be made for idle time. 

Change requested by District ___ 

ADDITIONAL ITEMS OF WORK (Cant’d.) 

Extra Work Bill #007 - 72” CMP Concrete Collar at STA 40+90 

The Contractor shall remove interfering portions of existing concrete collar located at STA 40+90. The existing concrete 
collar was not indicated on the plans. All work shall be done under Force Account; the additional costs for the work, plus 
allowable markups. Is $1,146. The subject costs will be applied to Bid Item #40, “Extra Work”.$ 1,146.00 


Extra Work Bill #008 - Chain Link Fence at Berrywood Drive 

The Contractor shall furnish and install a 6-foot high chain link fence along the terminus of Berrywood Drive. The precise 
limits shall be set in the field by the Construction Manager. The Contractor shall furnish and install the chain link fence in 
accordance with Section 25.01 of the Contract Documents. 

The work shall be paid at the contract unit price of $12/LF per Bid Item #25 of the Bid Proposal. ThB estimated quantity for 
the aforementioned work is 70 LF; an amount of $840 will be appplied to Bid Item #40, “Extra Work”. Upon completion of 
the work, the actual pay quantity will be verified by the Construction Manager.$ 840.00 


Extra Work Bill #009 - First Chargeable Day 

The original Bid Documents stipulated a "Notice-to-Begin Work” date of May 28. 2002: this date was changed to June 10. 
2002 subsequent to Contract Award. All other provisions under the Contract shall remain in force. The District shall 
reimburse the Contractor for additional costs related to the delay In the Notice-to-Begm Work. The Contractor shall be 
reimbursed an amount of $130,562 for additional labor premium costs and loss of productivity. The subject reimbursable 
amount will be applied to Bid Item #40. “Extra Work".$130,562.00 


Compensation will be made in accordance with Article 5.03, Change in Work, for a mutually agreed lump sum amount of 
.$165,910 00 


FMC1215 

FCE 207w (Revised 07/06451) 
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CONTRACT CHANGE ORDER NO. _ 001 

CONTRACT NO. C 0489 _ 

Project: Lower Silver Creek, Reaches 1 & 2 _ Sheet 3 of 4 Sheets 

Original Contract Amount: $14,666,440 Current Contract Amount: $14,666,440 


Santa Clara Voley Water District { 


Shlmmick Construction Company, Inc. 


Contractor 


You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 

effective until approved by the District. _ 

Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance will be made for idle time. 

Change requested by District ___ 

DECREASE IN ITEMS OF WORK 

Extra Work Bill #010 - Shot Crete In lieu of Concrete 

The Contractor's proposal to use shotcrete in lieu of the specified cast-in-place concrete for construction of the U-Frame 
Channel wans is acceptable to the District. District has approved the Contractor’s credit proposal of $(16,140) for the cost 
reduction in concrete placement costs along the U-Frame Channel walls. This change reflects the cost reductions in 
construction of the U-Frame walls by shotcrete methods in lieu of cast-in-place methods. The subject credit amount of 
$(16,140) will be applied to Bid Item #40, "Extra Work".<$ 16,140.00> 


Extra Work Bill #011 - Concrete Color 2 Lbs vs. 4 Lbs. 

Based on field observations of the color test panel by the Construction Manager, the Contractor shall reduce the color 
pigment concentration to a rate of 2 pounds per sack of cement. Section 27.05.01, “Architectural Finish" of the Contract 
Documents specifies a rate of 4 pounds per sack of cement. The Contractor had selected “Adobe 61078” of Davis Colors, 
a 4 lb mixture for the color test panel. Based on the aforementioned. Ihe Contractor shall use “Sierra 61078" of Davis 
Colors, a 2 lb mixture. 

The District has approved the Contractor's credit proposal of $(194,404) for the reduction in color pigmentation. This 
Change reflects the reduction in color pigmentation for concrete along the U-Frame Channel and Transition. The color 
concentration for concrete downstream of the Transition will be addressed by the District at a later date and shall be 
independent of this change. The subject credit amount will be applied to Bid Item #40, “Extra Work”.<$194,404.00> 


Compensation will be made in accordance with Article 5.03, Change in Work, for a mutually agreed lump sum credit 
of..<$210,544.00> 


FMC12HJ 

FCE 207w (Revised 07/06/01) 
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Santa GoraVdley Water District | 


CONTRACT CHANGE ORDER NO. 


CONTRACT NO. C 0489 


Project: Lower Silver Creek, Reaches 1 & 2 

Original Contract Amount: $14,666,440 _ 

To Shimmick Construction Company, Inc. 


Current Contract Amount: $14,666,440 


Sheets 


Contractor 


You are hereby directed to mako the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 
effective until approved by the District. _ _- 


Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance wilt be made for idle time. 

Chanqe requested by District 


INCREASE IN CONTRACT ITEMS OF WORK 
Bid Item No. 40, "Extra Work" 

The increase in this bid item is the sum total of the additional items of work and decrease in items of work to the contract, 
which is included in this bid item to maintain the current amount. The increase in this bid item is.$ 44,634.00 


Net Estimated Change in Costs Decrease $ xxxxxxxxxxxxxxxxxx or Increase $ xxxxxxxxxxxxxxxxxxxxxxx 


By the reason of this order the time of completion will be adjusted as follows: 0 Calendar Da 


Submitted by 


'0 M •^^Recommended OrD COorr. Y\)(HQ/)y 


Deputy/Assistant Opsratttg Officer 


Approved 


Not Required 
Chair/Board of Directors 


We, the undersigned contractor, have given careful consideration to the change proposed and hereby agree, if this 
proposal is approved, that we will provide all equipment, furnish all materials, except as may otherwise be noted above, 
and perform ail services necessary for the work above specified, and will accept as full payment therefore the prices 
shown above. 


Accepted Date 




Contractor 


\K7WC7) 







.iQ 


Ooiq Valley Water District 



CONTRACT CHANGE ORDER NO. _2 
CONTRACT NO. C0489 _ 


Project: Low er Sil ver Creek , Reaches 1 & 2___ Sheet ...A_ of —?— Sheet! 

Original Contract Amount: $14,66 6,440 _ Current Contract Amount: $14,666,440-_ 


To Shiminic k Const ruction Com pany. Inc., 24 200 Clawitcr Ro ad. Hayward, CA .94545 


Contractor 


You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 
effectiv e until approved by the District Board of Directo rs, 


Description of work to be "done, estimate of quantities, and pricos to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance will be made for idle time. 

Chan ge reques ted by Distri ct 


FXTENSION OF CONTRACT TIME: 


It is mutually agreed that the Contract Time of Completion indicated in Article 12.01 Tj me of Work , be extended One 
Thousand One Hundred and Eighty-Seven calendar days to allow tor the plant establishment penod outlined in Article 
21.09. Post ins tall ation 3 Yoar Maintenance . 


Net Estimated Change in Costs Decrease $ xxxxxxxxx xxxxxxxxx or Increase $ _xwcxxxxxxxxxxxjo(xx_ 


By the reason of this order the timo of 

completion will be a djustQri-g sVollows: AD D 1,187 Calend ar Days 


Submitted by 


Approved 


, Approval 
Recommended 


Sonk^CrJi«=ngtncor, Construction Engineering Unit 



~L>cputy/As fjufoni OpefEuHg Officer 


L-n-cti 


Dalu 



iul hxejClivo Officer 


Dale 


Not Requ ired 
Cnair/EJoard ol O'trnctors 


□ale 


We. the undersigned contractor, have given carolul consideration to the change proposed and hereby agree, rf is 
proposal is approved, that we will provide alt equipment, furnish all materials, except as may otherwise be noted above 
and perform all services necessary for the work above specified, and will accopt as full payment thcroFor the prices s w 
above. , 

5 'fef/o'? 


Accepted Date_ 

By • — 

r* 

-a . / -:- 

M8U36 I-.-’/ 

ret 1 207w (Revised 07/06/01) 


Contractor Shi mmick Con struction Compan y. Inc.O. 

r/r 
//n 

Title 










ntirr 


CONTRACT CHANGE ORDER NO. 2 


CONTRACT NO. C0489 _ 

Project: Lower Silver Creek, Reaches 1 & 2 _Sheet 1 of 2 Sheets 


original Contract Amount: $14,666,440 _ Current Contract Amount: $14,666,440 __ 

To Shimmick Construction Company, Inc., 24200 Clawiter Road, Hayward, CA 94545 _ Contractor 

You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 

effective until approved by the District Board of Directors. _ 

Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance will be made for idle time. 

Change requested by District _ 


INCREASE IN CONTRACT ITEMS OF WORK 


Bid Item No. 6 - Channel Excavation 


6,830 CY @ $20.00/CY 

Bid Item No. 7 - Native Channel Embankment 

= 

$136,600.00 

4,937 CY @ $8.00/CY 

Bid Item No. 9 - Geotextile Cellular Confinement System (GCCS) 

= 

$ 39,496.00 

1,090 CY @ $2.00/SF 

Bid Item No. 10 - Stepped Gabion Baskets 

= 

$ 2,180.00 

480 CY @ $168.00/CY 

Bid Item No.26 - CL 3.5’ Fence 

= 

$ 80,640.00 

1,187 LF@$10.00/LF 

d Item No.33 - UPRR Structure 

= 

$ 11,870.00 

177 CY @ $425.00/CY 

Bid Item No.34- Highway 101 Structure 

- 

$ 75,225.00 

43 CY @ $450.00/CY 

= 

$ 19.350.00 

Total Increase in Contract Items of Work 

DECREASE IN CONTRACT ITEMS OF WORK 

Bid Item No.4 - Concrete Rubble Removal 


$365,361.00 

438 CY @ $20.00/TN 

Bid Item No.8 - Seal Monitor Well 

= 

<$ 8,760.00> 

1 EA @ $2,000.00/EA 

Bid Item No.11 - Vi Ton RSP 

= 

<$ 2,000.00> 

493 TN @ $40.00/TN 

Bid Item No.14- UPRR Permit Compliance 

= 

<$ 19,720.00> 

Lump Sum @ <$44,708.00> 

Bid Item No.25 - CL 6’ Fence 

= 

<$ 44,708.00> 

842 LF @ $12.00/LF 

Bid Item No.40 - Extra Work 

= 

<$ 10,104.00> 

Lump Sum @ <$276,269.00> 

Bid Item No.41 - Engineered Soil Mix 

= 

<$276,269.00> 

10 CY @ $200.00/CY 

Bid Item No.46 - Revegetation Planting (Container Plant Material) 

= 

<$ 2,000.00> 

LumpSum @ <$1,800.00> 

— 

<$ 1.800.00> 

Total Decrease in Contract Items of Work 

= 

<$365,361.00> 

Net Change in Cost of Contract Items of Work 

= 

0.00 


Santo Cara Valley Water District 
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( Santa Gara Valley Water District { 


CONTRACT CHANGE ORDER NO. 


CONTRACT NO. C0489 


Project: Lower Silver Creek, Reaches 1 & 2 

Original Contract Amount: $14,666,440 _ 


Sheet 


Current Contract Amount: $14,666,440 


Sheets 


To Shimmick Construction Company, Inc., 24200 Clawiter Road, Hayward, CA 94545 


Contractor 


You are hereby directed to make the herein described changes from the Drawings and Specifications or do the following 
described work not included in the Drawings and Specifications on this contract. NOTE: This change order is not 
effective until approved by the District Board of Directors. _ 


Description of work to be done, estimate of quantities, and prices to be paid segregated between additional work at 
contract price, agreed price and force account. Unless otherwise stated, rates for rental of equipment cover only such 
time as equipment is actually used and no allowance will be made for idle time. 

Chanqe requested by District _ _ 


EXTENSION OF CONTRACT TIME : 

It is mutually agreed that the Contract Time of Completion indicated in Article 12.01 Time of Work , be extended One 
Thousand One Hundred and Eighty-Seven calendar days to allow for the plant establishment period outlined in Article 
21.09, Post Installation 3 Year Maintenance . 


Net Estimated Change in Costs Decrease $ xxxxxxxxxxxxxxxxxx or Increase $ xxxxxxxxxxxx xxxxxx 


By the reason of this order the time of 

completion will be adjusted-as'follows: ADD 1,187 Calendar Days_ 


Submitted by 


Approval 

Recommended 


SeniofCivil^ngTneer, Construction Engineering Unit 


Deputy/Assigfant Operating Officer 


Approved 


A. 

Kief Executive Officer 


__ Not Required 

Chair/Board of Directors 


We, the undersigned contractor, have given careful consideration to the change proposed and hereby agree, if this 
proposal is approved, that we will provide all equipment, furnish all materials, except as may otherwise be noted above, 
and perform all services necessary for the work above specified, and will accept as full payment therefor the prices shown 
above. „ 


\ccepted Date 


Contractor Shimmick Construction Company, Inc.O. 
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Number 

Title 

Issue 

Opened 

Closed 

Change 

Involved 

Status 

00001 

Partnering Session Reimbursement 

PART 

7/1/2002 

9/4/2002 

Y 

CLO 

00002 

Change first chargeable day from 5/28 to 6/10/02 

NTP 

7/2/2002 

11/5/2002 

Y 

CLO 

00003 

Shade cloth at A&B Investments TCE 

SHADE 

7/2/2002 

10/1/2002 

Y 

CLO 

00004 

Substitute Shotcrete at U-Frame Channel 

SHOTCR 

7/2/2002 

11/5/2002 

Y 

CLO 

00005 

Resident’s Shed Encroaches on ROW at STA 39+62 

SHED 

7/3/2002 

7/24/2002 

N 

CLO 

00006 

Channel Realignment 

CHANEL 

7/15/2002 

10/8/2002 

Y 

CLO 

00007 

Existing 4" Steel Pipe at Sta 48+50 

EXPIPE 

7/31/2002 

8/1/2002 

Y 

CLO 

00008 

Power Pole Encroachment at 48+50 

PWRPOL 

8/1/2002 

8/14/2002 

Y 

CLO 

00009 

Mobilization Payment 

MOBIL 

8/5/2002 

8/6/2002 

Y 

CLO 

00010 

Transition from Reach 2 to Reach 1 for Winterize 

TRANSI 

8/7/2002 

10/1/2002 

Y 

CLO 

00011 

Shotcrete Invert Slab 

INVERT 

8/16/2002 

9/16/2002 

N 

CLO 

00012 

Channel Lining Weep Holes 

WEEP 

8/16/2002 

8/21/2002 

Y 

CLO 

00013 

Concrete Color - 2 lbs vs. 4 lbs 

COLOR 

9/5/2002 

11/13/2002 

N 

CLO 

00014 

Extend 72" CMP at STA 40+90 

72"CMP 

9/9/2002 

10/29/2002 

Y 

CLO 

00015 

Concrete Color - No Pigment STA 50+00 to 47+18 

STAIN 

9/16/2002 

10/21/2003 

N 

CLO 

00016 

Work Completed by October 15 

OCT15 

9/20/2002 

10/29/2002 

N 

CLO 

00017 

Guardrail at King Road 

GUARD 

9/25/2002 

10/14/2003 

N 

CLO 

00018 

DRB Reimbursement #01 

DRB 

9/27/2002 

9/27/2002 

N 

CLO 

00019 

DRB Reimbursement #02 

DRB2 

10/15/2002 

10/15/2002 

N 

CLO 

00020 

Fence at Berrywood Drive 

BERRY 

10/22/2002 

10/22/2002 

N 

CLO 

00021 

Reduction in Retention 

RETAIN 

11/6/2002 

7/23/2003 

N 

CLO 

00022 

Fence Encroachment Upstream Hwy 101 

ROW#01 

11/6/2002 

4/3/2003 

N 

CLO 

00023 

April 30 Start Date (Work Plan for April 15, 2003 

APR15 

11/19/2002 

11/26/2003 

N 

CLO 

00024 

Bird Nesting Prevention Measures 

NESTS 

1/22/2003 

7/1/2003 

N 

CLO 

00025 

UPRR Permit 

UPRR 

1/27/2003 

3/21/2003 

N 

CLO 

00026 

Construction Staking 

STAKE 

2/5/2003 

3/25/2003 

N 

CLO 

00027 

Pac Bell Cable Relocations Hwy 101 to 33rd Street 

PACBEL 

2/18/2003 

5/15/2003 

Y 

CLO 

00028 

No Work on Sundays 

SUNDAY 

2/18/2003 

3/12/2003 

N 

CLO 

00029 

Floodwall/Power Pole Interference 

RFI33 

2/20/2003 

10/20/2003 

Y 

CLO 

00030 

Rock Retaining Wall Downstream of Hwy 101 

RFI 35 

2/25/2003 

4/11/2003 

Y 

CLO 

00031 

Gabion Baskets Galvanized vs. PVC 

GABION 

2/26/2003 

2/28/2003 

N 

CLO 

00032 

Power Lines Above Type II Floodwalls 

RFI 36 

3/7/2003 

3/10/2003 

Y 

CLO 

00033 

Existing Irrigation Line STA 33+20 to STA 39+00 

IRR 01 

3/20/2003 

4/4/2003 

N 

CLO 

00034 

Abandoned Storm Drain at STA 37+90 

RFI 46 

3/31/2003 

6/26/2003 

N 

CLO 

00035 

Existing Irrigation STA 3+50 to STA 9+00 RT 

IRR 02 

4/2/2003 

6/26/2003 

N 

CLO 

00036 

Monitoring Wells at STA 24+15 and STA 33+00 

WELLS 

4/8/2003 

5/21/2003 

Y 

CLO 

00037 

Battery Power Irrigation Controllers 

BATERY 

4/17/2003 

7/28/2003 

Y 

CLO 

00038 

Re-stake ROW STA 3+30 to STA 9+00 RT 

ROW#02 

4/21/2003 

4/29/2003 

N 

CLO 

00039 

Water Connection at 33rd Street 

H20@33 

4/22/2003 

6/26/2003 

Y 

CLO 

00040 

Tree #165 Removal 

TRE165 

4/23/2003 

5/21/2003 

N 

CLO 

00041 

Substructure Conflicts along Floodwall Left Side 

RFC 10 

4/25/2003 

6/26/2003 

N 

CLO 

00042 

Tree Removals 

TREES 

4/29/2003 

5/21/2003 

N 

CLO 

00043 

Stop Work Notice by CDFG 

CDFG 

5/29/2003 

10/22/2003 

Y 

CLO 

00044 

Increased Amount of Concrete and Rubble 

RUBBLE 

6/10/2003 

10/20/2003 

N 

CLO 

00045 

Increased Water Flow 

FLOWS 

6/10/2003 

10/31/2003 

Y 

CLO 

00046 

Construction Staking for Contractor 

SURVEY 

6/11/2003 

10/22/2003 

N 

CLO 

00047 

DRB Reimbursement #03 

DRB3 

6/13/2003 

6/13/2003 

N 

CLO 

00048 

Loose Brick in Channel Excavation 

BRICK 

6/23/2003 

10/20/2003 

Y 

CLO 

00049 

Brick Pilasters in Channel Excavation 

PILAST 

6/26/2003 

11/17/2003 

Y 

CLO 

00050 

Removal of Sediment in U-Frame 

SILT 

6/26/2003 

8/19/2003 

Y 

CLO 

00051 

Join Existing U-Frame 

JOIN 

7/10/2003 

10/31/2003 

N 

CLO 
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00052 

Clogging of Intake Pump 

CLOG 

7/11/2003 

10/22/2003 

N 

CLO 

00053 

Remove Abandoned Sanitary Sewer Siphon 

SIPHON 

7/11/2003 

8/11/2003 

Y 

CLO 

00054 

Reach 3 Pump Failure & Dewater U-Frame 

FLOOD 

8/4/2003 

11/26/2003 

N 

CLO 

00055 

Remove CMP Riser at STA 24+70 RT 

CMP 

8/11/2003 

10/22/2003 

N 

CLO 

00056 

Control of Water at McKee Culvert 

REACH3 

8/19/2003 

11/26/2003 

N 

CLO 

00057 

Tree #104 Removal 

TRE104 

8/20/2003 

8/23/2003 

N 

CLO 

00058 

Additional Concrete at U-Frame Access Road 

RFI74 

8/22/2003 

8/22/2003 

Y 

CLO 

00059 

Trash in Excavation of 1/4-Ton RSP 

TRASH 

8/25/2003 

10/31/2003 

N 

CLO 

00060 

Hydroseed Gabions 

HYDRO 

8/26/2003 

10/1/2003 

N 

CLO 

00061 

Fence Encroachment between STA 39+45 to 42+75 RT 

ROW#03 

8/27/2003 

10/14/2003 

N 

CLO 

00062 

Toe of Warped Wing Wall 

RFI 79 

9/2/2003 

9/29/2003 

N 

CLO 

00063 

Rock Wall Removal at STA 15+00 to STA 18+00 RT 

WALL 

9/3/2003 

10/2/2003 

N 

CLO 

00064 

Contaminated Soil at UPRR 

CREOSO 

9/5/2003 

12/18/2003 

N 

CLO 

00065 

Highway 101 Sediment Removal 

HWY101 

9/8/2003 

10/9/2003 

N 

CLO 

00066 

Loose Material in Slope at STA 14+50 RT 

BRICK2 

9/15/2003 

9/29/2003 

N 

CLO 

00067 

Engineered Soil Mix Delete 

SOILMX 

9/16/2003 

10/9/2003 

N 

CLO 

00068 

Additional Irrigation Controllers 

CONTRL 

9/19/2003 

11/17/2003 

N 

CLO 

00069 

Additional Concrete at U-Frame Ramps 

RFC 33 

10/2/2003 

10/6/2003 

N 

CLO 

00070 

Topsoil in lieu of Engineered Soil Mix 

TOPSOI 

10/3/2003 

10/9/2003 

N 

CLO 

00071 

Plant Availability 

PLANTS 

10/10/2003 

3/16/2004 

N 

CLO 

00072 

Backflow Preventer Enclosures 

ENCLOS 

12/1/2003 

12/2/2003 

N 

CLO 

00073 

Irrigation Controller Relay 

RELAY 

2/12/2004 

2/12/2004 

N 

CLO 

00074 

Time Extension for Maintenance Phase 

xxxxxx 

6/21/2004 

6/21/2004 

N 

CLO 

00075 

3-Year Maintenance (Not Used) 

NCN08 

6/22/2004 

7/30/2004 

Y 

CLO 

00076 

Irrigation Repairs at 33rd Street Outfall 

REPAIR 

7/29/2004 


N 

OPN 

00077 

SJWC Water Bill Charges 

H20$$ 

8/16/2004 


N 

OPN 

00078 

Repair Erosion at STA 4+50 RT 

ERODE1 

12/9/2004 


N 

OPN 

00079 

Plant Condition 

00079 

8/3/2005 

1/31/2006 

N 

CLO 

00080 

Erosion Control STA 21 +50 to 22+75 RT 

00080 

9/2/2005 

9/30/2005 

N 

CLO 

00081 

Plants for Un-planted Basins 

00081 

12/7/2005 

12/20/2005 

N 

CLO 

00082 

Add New Gate at 33rd Street 

00082 

2/15/2006 

3/24/2006 

N 

CLO 

00083 

Willow Cuttings - Replacements 

00083 

6/2/2006 


N 

OPN 
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Santa Clara Valley Water District 

Construction Administration Unit thru PROGRESS PAYMENT No. 38 


PROJECT: 

CONTRACTOR: 

ADDRESS: 

LOWER SILVER CREEK, Reach 1 & 2 

Shimmick Construction Company, Inc. 

24200 Clawiter Road, Hayward, CA 94545 

ORIGINAL BID: 

CCO #001 

CCO #002 

$ 

s 

i 

_*_ 

14,666,440.00 

TODAY’S DATE: 

PAY (FROM): 

PERIOD (TO): 

6-Jun-06 

1-May-06 
31-May-06 




i 

14,666,440.00 
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R1+R2 Cost Summary by lssue.xls 



















Construction Issues - Reaches 1 & 2 

Issue # 001 -- Partnering Cost 

The Contractor issued a letter requesting reimbursement for the costs related to the Partnering 
session held on June 4 and 5. The Contractor and the Construction Manager have reached 
agreement on reimbursable costs. The District has agreed to pay the Facilitator costs of 
$8,656 but not the out-of-pocket costs incurred by the Contractor. 

Issue # 002 — First Chargeable Day 

The first chargeable day was changed from May 28, 2002 to June 10, 2002. Due to the 
delayed start, the Contractor has made a change request. The Construction Manager has 
reviewed the request and has served written acknowledgement that a change to the contract is 
substantiated. The District has approved the Contractor’s cost proposal of $130,652. 

Issue # 003 -- Shade Cloth along Temporary Construction Easement Fencing 

A temporary easement is required at Station 22+00 to provide trucking access to Marbury 
Avenue. In accordance with the agreement between the District and A&B Investments, the 
Contractor and Construction Manager met with a A&B Investments and presented two 
materials that could be draped over the temporary construction easement fence. A&B 
Investments selected the Lumite Fabric Style #994GC, black in color, rather than a less dense 
material that was green in color. The District has approved the Contractor’s cost proposal 
of $5,447. Subsequently, this work was never implemented; an equal amount of $(5,447) 
will be applied against the originally approved amount. 

Issue # 004 — Shotcrete in Lieu of Cast-in-Place Concrete 

The Contractor requested a substitution of shotcrete, in lieu of cast-in-place concrete for the 
U-frame channel walls; the Design Engineer accepted the substitution. The Construction 
Manager requested that the Contractor address any cost reductions. The District has 
approved the Contractor’s credit proposal of $(16,140). 

Issue # 005 — Shed Encroachment at STA 39+62 

The Contractor requested that an existing shed at Station 39+62 be surveyed for 
encroachment on the right of way. After receiving the survey results, the Contractor provided 
a letter stating that the existing shed was not in conflict with any construction activities. 
There are no additional costs; this issue is closed relative to construction. The District 
will pursue the right-of-way encroachment with the respective property owners. 

Issue # 006 Channel Realignment STA 40+09 to STA 43+47 

Field conditions revealed that existing fences and power poles conflicted with the channel 
alignment. The Design Engineer published a revised alignment to avoid the conflicting 
facilities; subsequently, the Contractor has made a change request for realignment of the 
channel between STA 40+09 and STA 43+47. The Construction Manager has served written 
acknowledgement that a change to the contract is substantiated. Additional footage stemming 
from channel realignment will be paid at the contract unit price for U-Frame Channel. The 
District has approved the Contractor’s cost proposal of $15,458. 

Issue # 007 — Existing 4-inch Steel Pipe at STA 48+50 

The Contractor discovered an existing 4-inch steel pipe at Station 48+50 and submitted an 
RFI. Shortly thereafter, the Contractor confirmed that the pipe is abandoned. There are no 
additional costs; this issue has been closed. 







Issue #008 Power Pole Conflict at STA 48+50 

The Contractor has submitted a change request for additional work related to shoring 
construction. The Contractor claims that the existing power pole conflicted with the shoring 
system, and thereby prompted the need for additional piles adjacent to the pole. Upon review 
by the Construction Manager, it was concluded that the actual location of the power pole did 
not vary from the location shown on the plans. The Construction Manager served written 
notice that a differing site condition had not been substantiated by the Contractor. The 
Contractor has presented a secondary argument that the location of the power pole created a 
coordination problem and redesign by the shoring engineer. The Construction Manager has 
determined that the request for change on the basis of coordination problems has not 
been substantiated. 

Issue #009 Mobilization Payment 

The Contractor had requested that Mobilization payment be modified to release 50% of the 
mobilization monies in Bid Item #2, “Mobilization” prior to that stipulated in the Contract 
Documents. As a result of the late start on the project, the Contractor has accelerated the 
work in order to meet the October 15, 2002 milestone for Reach 2. The Contractor’s request 
was based on costs that have been accruing during the months of June and July that would 
have been incurred over a longer period of time. Namely, premium costs on labor and more 
material and equipment costs early in the project. The Construction Manager reviewed the 
request and concurred with the Contractor’s basis; the District approved the change upon 
recommendation by the Construction Manager. The Contractor submitted its payment 
request and has been paid on the August pay estimate. 

Issue #010 Transition from Reach 2 to Reach 1 for Winterization 

The Contractor submitted an RFI on August 7, requesting information related to winterization 
along the transition between Reach 2 and Reach 1. The District instructed the Contractor to 
grade the existing channel invert downstream of Reach 2 for a distance of approximately 200 
feet in order to create a gradual transition. This issue has been closed and is deferred to 
Issue #016. 

Issue #011 Shotcrete of U-Frame Channel Invert 

The Contractor proposed the placement of concrete along the U-Frame Channel invert with a 
modified shotcrete technique. The Engineer accepted the method on the condition of a test 
panel being completed prior to production concreting. The Contractor has demonstrated 
acceptable results through testing. There are no additional costs to the contract; this issue 
has been closed. 

Issue #012 Channel Lining Weep Holes 

The Contractor had requested clarification of channel lining weep hole details. The 
Engineer’s initial clarification resulted in additional labor and materials to install the weep 
holes as clarified. Upon further review of District standards, the Engineer and the 
District developed an acceptable detail that resulted in a non-change. This issue has 
been closed. 









Issue # 013 - Concrete Color 2 lbs vs. 4 lbs 

The Contract Documents stipulate that concrete for the U-Frame Channel shall be colored 
with a concentration of 41b of pigment per sack of cement. Upon review of the color test 
panel by the Construction Manager it was determined that the content of 4 lb of pigment per 
sack of cement was too rich; a very dark tan color was produced. The Construction Manager 
recommended that the District reduce the content to 2 lb of pigment per sack of cement. The 
District approved the change and the Contractor has been directed accordingly. The District 
has approved the Contractor’s credit proposal of $(194,404). Subsequent to its initial 
proposal of a 50% split, the Contractor reevaluated its proposal and agreed to the full 
credit amount. 

Issue # 014 - Extend 72-inch CMP at STA 40+90 

The Contractor notified the Construction Manager that the existing 72-inch CMP located at 
STA 40+90 differed from that shown on the plans, and that the CMP would need to be 
extended to meet the U-Frame Channel wall. Further field measurements revealed that the 
CMP was situated as shown on the plans, but an existing concrete collar conflicted with the 
outside face of the U-Frame Channel wall. The Design Engineer has provided corrective 
details. The District has approved the Contractor’s Force Account work in the amount 
of $1,146. 

Issue # 015 - Concrete Color. No Pigment STA 50+00 to STA 47+18 

Prior to September 1, 2002, the Contractor had placed concrete along the channel invert 
without the required pigment; approximately 300 feet. The Construction Manager and the 
District have agreed not to attempt the matching of colors, by staining, and instead have 
negotiated a lump sum credit to the contract for not coloring the concrete. An amount of 
$(14,500) has been credited against the contract value. 

Issue # 016 - Work Completed by October 15 

The District and the Contractor have discussed what activities will take place after October 
15, 2002 in order to complete Reach 2 and be clear of the channel by October 31, 2002. The 
District made a formal request of regulatory agencies to extend the October 15 restriction to 
October 31, 2002. The Department of Fish & Game and the Regional Water Quality Control 
Board granted extensions to October 31, 2002. There are no additional costs; this issue has 
been closed. 

Issue # 017 - Guardrail along King Road 

The City of San Jose directed the District to realign the guardrail along King Road. The 
guardrail is to be installed under the Lower Silver Creek project. The City had provided 
details related to the guardrail realignment to the District. The contract provides for furnish 
and installation of 900 LF of metal beam guardrail. The final pay quantity has been 
verified by the Construction Manager; there will be no change to the contract. 

Issue #018 DRB Reimbursement #01 

The Contractor has requested reimbursement for 50% of the costs related to the first DRB 
meeting, site visit, and plan review. In accordance with Section 13.17.03, “Compensation of 
Disputes Review Board”, of the Contract Documents the fees and expenses of the DRB 
members shall be shared equally by the District and the Contractor. The District has 
approved the Contractor’s request for reimbursement of $1,438. 









Issue #019 DRB Reimbursement #02 

The Contractor has requested reimbursement for 50% of the costs related to the first and 
second DRB meetings and site visits. In accordance with Section 13.17.03, “Compensation of 
Disputes Review Board”, of the Contract Documents the fees and expenses of the DRB 
members shall be shared equally by the District and the Contractor. The District has 
approved the Contractor’s request for reimbursement of $2,363. 

Issue # 020 - Fence at Berrvwood Drive 

The District has authorized the installation of 6-foot high chain link fence at Berrywood 
Drive. The estimated quantity is 70 LF; this equates to an amount of $840 based on the 
contract unit price for 6-foot high chain link fence. The final pay quantity has been 
verified to be 70 LF; the work will be paid at the contract unit price. This work will be 
paid under Bid Item #40 - Extra Work. 

Issue # 021 - Reduction in Retention 

The Contractor has requested that the District reduce the retention to 0% for progress 
payments starting November 2002. There is a contract provision that allows the District to 
reduce the retention on progress payments when the project is 50% complete. Reduction in 
retention is made at the District’s discretion. Although the work is 50% complete and the 
Contractor’s work progressed very well, the Construction Manager and the District opted to 
defer consideration of a reduction until 2003. The Construction Manager and District have 
evaluated the progress of the work and continued adherence to the Contract Documents. 
Retention monies will not be withheld starting with the July 2003 payment. 

Issue # 022 - Fence Encroachment Upstream of Highway 101 

The Construction Manager has discovered fence encroachments (by field survey) upstream of 
Highway 101 along the southerly side of Reach 1. The District has directed the removal and 
relocation of existing fences. The Contractor and the District have agreed to a lump sum 
price of $57,916 for fence work. 

Issue # 023 - April 30,2003 Delayed Start 

The Contractor has submitted a change request for the delayed start of April 30, 2003, for 
work within the channel. At the time of bid, the Regional Water Quality Board (RWQCB) 
Order stipulated a start date no earlier than April 15, for work within the channel. The 
California Department of Fish & Game (CDFG) Streambed Alteration Agreement stipulates a 
start date no earlier than April 30, for work within the channel. The Streambed Alteration was 
issued subsequent to Contract Award. 

After discussions between the Contractor and the District, the Contractor developed a Work 
Plan for work starting April 15, 2003. The District submitted the Work Plan to the 
Department of Fish & Game for review and comment. The Department of Fish & Game 
denied the request to start work April 15, 2003. The Contractor has requested a contract 
change on the basis that the start date is delayed; the District has recognized that the start date 
has been delayed, and a time extension is warranted. Upon further evaluation, the District has 
recognized a compensatory delay. The District will reimburse the Contractor for premium 
time as the work will need to be accelerated. The Contractor and the District have reached 
a final settlement of $91,240. 





Issue # 024 - Bird Nesting Preventative Measures 

The Contractor has submitted a change request for additional work related to implementing 
bird nesting preventative measures. The District desired to implement such measures in order 
to avoid potential delays stemming from bird nesting. The Contractor claims that 
implementing the aforementioned measures is not required under the contract. The District 
has denied the Contractor’s request. The Contractor has rescinded the request; this 
matter has now been closed. 

Issue #025 - UPRR Permit 

The Contractor has submitted a notice stating that if the Right-of-Entry Permit is not secured 
by April 15, 2003 that construction will not be able to proceed according to the project 
schedule. Subsequent to the Contractor’s notice, the permit has been secured; there is no 
delay to the project. 

Issue #026 - Construction Staking 

During construction staking along Reach 2, the Contractor expressed the desire to perform its 
own construction staking. The Construction Manager and the District support the idea, as it 
would eliminate certain risks to the District by placing this activity under the control of the 
Contractor. The Construction Manager would continue to survey cross- sections and make 
checks of the Contractor’s work. The Contractor’s cost proposal is considered too costly; 
there will be no change to the contract. 

Issue # 027 - Pac Bell Cable Relocations Highway 101 to 33 rd Street 
The Contractor has notified the District that existing telephone cables conflict with the Type 
II Floodwall construction; overhead obstruction during drilling of foundation piles. The 
District has solicited input from the Contractor and the Construction Manager. The 

respective utilities have completed relocation work. 

Issue #028 - No Work on Sundays 

The District has served written direction that there shall be no work on Sundays. The 
Contractor has taken exception to this directive, citing that the Contract Documents do not 
prohibit Sunday work. The Contractor and the District have agreed that notice shall be 
given of any intended work, and that an assessment will be made on a case-by-case 
basis. 

Issue #029 - Floodwall/Power Pole Interference 

The Contractor has requested details that address floodwall construction where existing 
power pole guy anchors conflict. The details shown on the plans address floodwall 
construction around existing power poles, but not guy anchors. The details provided by the 
Design Engineer resulted in contract change. The Contractor made a change request. 
The District approved the lump sum price of $18,434. 

Issue # 030 - Rock Retaining Wall Downstream of Highway 101 

The Contractor has requested information on an existing rock retaining wall that is not shown 
on the plans; the wall is located between Highway 101 and UPRR Bridge. The Contractor 
thinks the wall might conflict with the construction. Upon authorization by the District, the 
Construction Manager has surveyed the right-of-way and rock wall to verify its location. The 

Design Engineer has reviewed the survey data and has determined that the rock wall 
does not conflict with the design; the wall can remain in-place. 








Issue #031 - Gabion Baskets Galvanized vs. PVC 

The District evaluated the material costs for the specified PVC coated gabion baskets vs. 
galvanized coated gabion baskets. The Construction Manager prepared a cost estimate that 
yielded a cost reduction of $2/CY. The District opted for no change to the contract. 

Issue #032 — RFI #36 Power Lines above Type El Floodwalls 

The Contractor has requested information pertaining to overhead power lines along the 
southerly side of the channel, between STA 33+75 and STA 37+55; clearance information is 
sought. The Construction Manager’s written response cited the applicable contract section 
requiring that the Contractor is to verify the location of existing utilities. 

In the same request, the Contractor stated that the same power lines were too low (by visual 
inspection) and that the drill rig could not safely operate. The Construction Manager’s written 
response stated that the matter dealt with means and methods and that the Contractor is 
responsible for execution of the work. The Construction Manager has determined that 
there is no basis for a change to the contract. 

Issue #033 - Existing Irrigation Line STA 33+20 to STA 39+00 

During floodwall construction, the Contractor discovered an existing irrigation line along the 
LT right-of-way that conflicted with construction. The irrigation line was not identified on 
the plans or by USA mark out. Upon investigation, the owner was identified as the adjacent 
landowner. The adjacent landowner will abandon the line and install a new irrigation line 
within its own property. There is no additional work involved with this matter. 

Issue #034 - Abandoned Storm Drain at STA 37+90 

During excavation outside the channel, the Contractor discovered an existing concrete storm 
drain along the Left side. The storm drain was not identified on the plans or by USA mark 
out. Upon investigation, it was determined that the storm drain has been abandoned. The 
Contractor has requested a contract change; the Construction Manager and the District concur 
that the work associated with removing and disposing of the concrete storm drain is 
additional work. The Contractor has been directed to remove and dispose of the storm 
drain on force account basis. The Contractor determined that the extent of the storm 
drain was insignificant; there will be no extra costs. 

Issue #035 - Existing Irrigation STA 3+50 to STA 9+00 RT 

The Contractor has notified the District of an existing irrigation system that interferes with 
the construction. Upon review of the field conditions, the District has directed the Contractor 
to relocate existing irrigation system appurtenances outside the District right-of-way. The 
Contractor was directed to relocate existing irrigation system appurtenances to a location 
outside the District right-of-way on a force account basis. The Construction Manager has 
verified additional work and final costs. The District has approved the Contractor’s final 
costs of $3,112. 

Issue #036 - Monitoring Wells at STA 24+15 and STA 33+00 

The Contractor has attempted to locate the subject monitoring wells, but has not been 
successful. During excavation outside the channel, the Contractor discovered the well at STA 
33+00; the upper portion of the well casing was identified. The well at STA 24+15 was 
staked using coordinates furnished by the Design Engineer, but the Contractor has been 
unsuccessful in locating the well. Subsequently, during excavation work the Contractor did 
not find the well at STA 24+15. At this juncture, it appears that the monitoring well does 
not exist or does not present any conflict with the channel improvements. 








Issue #037 - Battery Powered Irrigation Controllers 

The District has directed the modification of the irrigation controllers to be battery powered 
in lieu of the specified utility powered. This modification keeps with the District preference 
of battery powered irrigation controllers used on other projects. The District has approved 
the Contractor’s request for reimbursement of $894. 

Issue #038 - Re-stake ROW STA 3+30 to STA 9+00 RT 

The District and the adjacent property owner have discovered a possible lot line error. The 
Construction Manager had staked the right-of-way based on the control line drawing 
contained in the Contract Documents. A review of the legal description and plat map revealed 
that there was an error in the plat map. The Design Engineer has revised the control line sheet 
and the right-of-way has been re-staked by the Construction Manager. This matter is now 
closed. 

Issue #039 - Water Connection at 33 rd Street 

The City of San Jose will not allow the backflow preventer and irrigation controller to be 
located in the parkway along 33 rd Street. As a result, the irrigation controller and backflow 
preventer at 33 rd Street will require the Type II floodwall to be aligned around the devices, 
similar to alignments around power poles. The plans offer diagrammatic layouts; there are no 
detailed plans for site layout. The Design Engineer has prepared details. Several on-site 
discussions with the Contractor have not given rise to a change request. 

Issue #040 - Tree #165 Removal 

Field review of Tree #165 and its affect on the adjacent resident’s fence resulted in the 
District’s directive to remove the tree. The tree’s root system has damaged the resident’s 
fence over time. The District has approved the Contractor’s lump sum price of $1,050. 

Issue #041 - Substructure Conflicts along Floodwall North Side 

During excavation along the floodwall pile cap the Contractor encountered abandoned 
substructures that conflict with the Type II Floodwall at STA 21+00, STA 21+60, and STA 
22+50 LT. A brief description follows. 

STA 21+00 LT — 24" diameter concrete block with hollow pipe in center located within the 
pile cap excavation. Appears to be a foundation for a billboard signpost that has been 
abandoned. Removal of interfering portions required. 

STA 21+60 LT — 12" diameter CMP located within the pile cap excavation. The CMP is not 
shown on the plans and USA mark out did not identify the substructure. Adjacent property 
owner did not claim the substructure either. Abandonment confirmed on-site. Removal of 
interfering portions required. 

STA 22+50 LT — 8" steel pipe located within pile cap excavation. The steel pipe is not shown 
on the plans and USA mark out did not identify the substructure. Adjacent property owner 
did not claim the substructure either. Abandonment confirmed on-site; Contractor will take 
precautionary measures when removing the pipe (it's possible that the pipe may have been an 
old gas line). Removal of interfering portions required. 

Some removal work has been done in order to avoid delays to floodwall work. The 

Contractor determined that the extent of the substructure conflicts was insignificant; 
there were no extra costs. 






Issue #042 - Tree Removals 


The Contractor has notified the District of additional work related to trees that require 
removal. The subject trees were slated to remain. However, due to conflicts with other 
elements of the design, the trees now need to be removed. The trees on the project were 
mapped by the Contractor and the Construction Manager. Subsequently, the District and the 
Environmental Compliance Officer assessed those trees that were in conflict and determined 
that their removal was justified. The District has approved the Contractor’s lump sum 
price of $2,730. 

Issue #043 - Stop Work Notice by CDFG 

The CDFG ordered work to stop on May 29, 2003 as result of fish kills during de-fishing 
activities. CDFG requested that District biologists meet with the Environmental Compliance 
Officer to discuss the matter and develop corrective action. CDFG was satisfied with the 
proposed corrective action and issued a start work notice late on May 29, 2003. The 
Contractor was notified to re-commence work on May 30, 2003. The Contractor and the 
District have negotiated a reimbursable amount of $7,210. 

Issue #044 - Increased Amount of Concrete and Rubble 

The Contractor has submitted a change request for additional costs due to large amounts of 
concrete and rubble encountered within channel excavation; the Contractor considers this a 
differing site condition. Upon review of the request, the Construction Manager determined 
that concrete and rubble removal in excess of the estimated bid quantity shall be paid in 
accordance with Article 17.04, “Concrete Rubble Removal” and Article 5.03.01, “Allowable 
Quantity Variations” of the Contract Documents. The final impact of this matter was such 
that the character of the work had not changed; thus, payment can be made under the 
respective bid item for concrete rubble removal. There is no change to the contract. 

Issue #045 - Increased Water Flow 

The Contractor has submitted a change request for additional costs due to large amounts of 
water flow from Lower Silver Creek and Miguelita Creek; the Contractor considers this a 
differing site condition. Upon review of the site conditions and the Contract Documents, the 
Construction Manager determined that the water flows upstream of the construction area are 
indicative of what can be expected on the project. Subsequently, the Contractor submitted a 
theoretical flow analysis; however, this has not demonstrated that flows have exceeded that 
which is specified. The Contractor has not substantiated a change to the contract; the 
request was denied by the District. The Contractor will no longer pursue this matter. 

Issue #046 - Construction Staking for Contractor 

The Contractor has requested construction re-staking, as needed, in areas where earlier 
staking has been disturbed (by construction activities or others). The Contractor prefers that 
the Construction Manager’s surveyor perform the re-staking vs. introducing a new surveyor 
that is not familiar with the project control and geometry. The Construction Manager prefers 
to perform the re-staking under its construction management budget, and not have the 
surveyor perform as a subcontractor to the Contractor. The Contractor has agreed to give the 
District a credit change order for re-staking work; the District has approved this approach. 
The Contractor and the District have negotiated a lump sum credit to the contract for re¬ 
staking. An amount of $(24,924) has been credited against the contract value. 



Issue #047 - DRB Reimbursement #03 

The Contractor has requested reimbursement for 50% of the costs related to the third DRB 
meeting and site visit. In accordance with Section 13.17.03, “Compensation of Disputes 
Review Board”, of the Contract Documents the fees and expenses of the DRB members shall 
be shared equally by the District and the Contractor. The District has approved the 
Contractor’s request for reimbursement of $1,575. 

Issue #048 - Loose Brick in Channel Excavation 

The Contractor has submitted a change request concerning loose brick encountered in the 
channel excavation, downstream of UPRR Bridge. The Contractor states that disposal of 
loose brick found in the channel excavation will introduce additional costs associated with the 
disposal of mixed soil/brick material or sifting the brick out; in the case of sifting, there 
would still be additional disposal costs. The Contractor believes that there is a basis for a 
contract change since there is no provision for brick in Section 19.01, “Channel Excavation” 
of the Contract Documents. The Construction Manager and the District have acknowledged 
the Contractor’s request. Final force account costs of $80,161 have been approved by the 
District. 

Issue #049 - Brick Pilasters in Channel Excavation 

The Contractor has submitted a change request concerning brick pilasters encountered in the 
channel excavation, downstream of Highway 101. The Contractor states that disposal of brick 
pilasters found in the channel excavation will introduce additional costs similar to disposal of 
brick material. The Contractor believes that there is a basis for a contract change since there 
is no provision for brick in Section 19.01, “Channel Excavation” of the Contract Documents. 
The Construction Manager and the District have acknowledged the Contractor’s request. The 
District has approved force account costs of $1,575. 

Issue #050 - Removal of Sediment in U-Frame 

The Contractor has submitted a change request to remove sediment that has collected in the 
U-Frame over the winter. The Contractor states that sediment must be removed to gain access 
to finish the U-Frame under Walgreen’s Bridge. The Construction Manager has denied the 
Contractor’s request. The Contractor has rescinded the request; this matter has now 
been closed. 

Issue #051 - Transition to Existing U-Frame 

Field conditions reveal that a cutoff wall does not exist where the new U-Frame joins the 
existing concrete channel. Structural modifications have been made to the U-Frame invert 
slab at the subject location. The Contractor has not submitted a change request as of yet. It is 
possible that the structural modifications could result in re-diagramming of the invert slab 
reinforcement and the non-existence of a cutoff wall could result in a differing site condition. 
The Contractor will no longer pursue this matter. 







Issue #052 - Clogging of Intake Pump 

The Contractor has submitted a change request for additional costs due to clogging of the 
intake pump and flooding in the U-Frame. Review of the site conditions revealed that the 
intake pump was clogged due to Reach 3 vegetative cuttings left in the creek. Preparations for 
Reach 3 de-fishing involved vegetative cutting along the creek banks; cuttings were left in the 
creek and migrated toward the intake pump. This reduced the pumping capabilities and 
caused over-topping of the check dam. The Construction Manager and the District 
acknowledged a change to the contract and directed the Contractor to clean the intake pump 
and dewater the flooded U-Frame on force account. The District has approved final force 
account costs of $13,644. 

Issue #053 - Remove Interfering Portions of Existing Sewer at STA 21+35 

The City of San Jose confirmed that the existing sewer situated at STA 21+35 is abandoned. 
The Contractor has been directed to remove interfering portions of the abandoned sewer 
manhole at STA 21+35 LT and other interfering portions of sewer pipe. This issue has been 
closed. 

Issue #054- Reach 3 Pump Failure and Dewater U-Frame 

The Contractor has submitted a change request for additional costs due to two events that 
occurred on August 2, 2003. The first event involved pump failure on the Reach 3, Phase 1 
project; the second event involved storm flooding along Lower Silver Creek. The District has 
acknowledged additional costs due to the Reach 3, Phase 1 pump failure, but does not 
recognize the Contractor’s request for additional costs due to the storm flooding. The 
additional costs related to the Reach 3, Phase 1 pump failure will be compensated as Force 
Account work. The Contractor and the Construction Manager have negotiated 
settlement costs; the District has approved the settlement costs of $11,973 for 
aforementioned work. 

Issue #055- Remove CMP Riser at Station 24+70 Right 

The Contractor has submitted a change request for additional costs to remove the existing 
CMP riser at STA 24+70 RT. The Contractor states that the riser needs to be removed in 
order to construct the gabions according to plan. The Construction Manager’s review of the 
site conditions and the design details supports the Contractor’s claim. The District has 
acknowledged the Contractor’s request and will reimburse the Contractor on a force account 
basis. The District has approved final force account costs of $2,0S0. 

Issue #056- Control of Water at McKee Culvert 

The Contractor has submitted a change request for additional costs due to the introduction of 
the Reach 3, phase 1 project. The Contractor states that since the start of the Reach 3, Phase 1 
project, water can no longer be stored behind the diversion dam at the McKee Culvert. This 
has led to increased maintenance of the diversion pumping system. The District has 
acknowledged additional costs due to the introduction of the Reach 3, Phase 1 project. The 
Contractor has been directed to implement mitigating measures to control the water at the 
McKee Culvert. The additional costs will be compensated as Force Account work. The 
Contractor and the Construction Manager have negotiated settlement costs; the District 
has approved the settlement costs of $86,673 for aforementioned work. 







Issue #057- Tree No. 104 Removal 

The Contractor has submitted a change request for additional costs to remove 9 existing trees 
between approximate STA 15+50 and 16+00 RT. The arborist recommended that certain 
trees be removed to alleviate immediate and long-term safety concerns. The subject trees are 
those which the Environmental Compliance Officer had already given the okay to remove, if 
necessary. Gabion design and construction could compromise tree root systems both short¬ 
term and long-term. The District has acknowledged the Contractor’s request. The District 
has approved the Contractor’s lump sum price of $6,000. 

Issue #058 - Additional Concrete at U-Frame Access Road 

The Contractor has submitted a change request for additional concrete at the U-Frame access 
road. A contract clarification of certain structural details resulted in additional concrete (40 
CY at contract unit price) where the access road meets the U-Frame Transition invert. The 
District has acknowledged the Contractor’s request. The District has approved the 
Contractor’s lump sum price of $29,640. 

Issue #059 - Trash in Excavation of V* Ton RSP 

The Contractor has submitted a change request for additional costs to dispose of soil laden 
with trash found within the excavation of the %-Ton RSP. The Contractor states that trash 
within the excavation warrants a differing site condition. The Construction Manager’s review 
of the site conditions and the Contract Documents yield a different perspective. The Contract 
Documents alert the Contractor to the possibility of unsuitable material within the channel 
excavation, and that what is being encountered is that what can be reasonably expected. On 
this basis, the Construction Manager has denied the request. The Contractor has voiced a 
difference of opinion, but has yet to contest the matter in writing. The Contractor will no 
longer pursue this matter. 

Issue #060 - Hvdroseed Gabions 

The District has opted to hydroseed the gabion features throughout the project. The 
Contractor and the Construction Manager are preparing quantity estimates at this time. The 
work will be paid at the contract unit price for hydroseed. The District has approved the 
Contractor’s lump sum price of $10,570. 

Issue #061 - Fence Encroachment between Station 39+45 to Station 42+75 
The Construction Manager has discovered fence encroachments (by field survey) between 
STA 39+45 and 42+75 RT. The District has directed the removal and relocation of existing 
fences. The Contractor has transmitted a lump sum price; the Contractor and the Construction 
Manager have reached a negotiated amount. The District has approved the negotiated 
lump sum price of $24,435. 

Issue #062 - Toe of Warped Wing Wall 

The Contractor has submitted a change request for additional concrete, additional excavation, 
additional rebar material and rebar splicing, and additional filed layout time near the toe of 
the warped wing wall (at the U-Frame Transition). The Contractor claims that conflicting 
information on Sheets CD5 and S-14 is the basis for the change. 

Review of the plans reveal that conflicting information and details are present (reference 
Sheets CD5 and S-14). The conflict involves the toe of the warped wing wall at STA 
37+72.50 as depicted on Sheet CD5 and Section A/40 of Sheet S-14. Sheet CD5 depicts the 
toe of the warped wing wall to be located at approximately 31 -feet RT of centerline; Sheet S- 
14 specifies a location of 35.5-feet RT of centerline. 



Furthermore, Section A/40 of Sheet S-14 specifies a fixed dimension for the invert width to 
the RT of centerline. The rebar subcontractor prepared its shop drawings and fabrication 
based on this dimension. 

The aforementioned assessment supports the Contractor's claim. The rebar subcontractor has 
to furnish additional rebar that reflects the invert width shown on Sheet CD5. The rebar costs 
are part of the unit price for concrete and the excavation is treated as channel excavation. 
Additionally, the Contractor has incurred some field layout time in support of the rebar 
layout. The majority of the costs are associated with approximately 7 CY of concrete and 
approximately 180 CY of channel excavation. 

Thus, it is the Construction Manager’s opinion that the conflicting information shown on the 
plans warrants a contract change. The conflict was discovered by the Contractor and the 
Construction Inspector during channel excavation. The District has acknowledged the 
Contractor's change request. The District has approved the Contractor’s final cost of 
$10,037. 

Issue #063 - Rock Wall Removal at STA 15+00 to 18+00 RT 

The Contractor has submitted a change request for removal of the existing rock wall between 
STA 15+00 and 18+00 RT. The Contractor claims that the rock wall needed to be removed in 
order to satisfy the gabion design at this location. 

During earlier field reviews, it appeared that the rock wall might be clear of the gabion 
feature and would not require removal. However, further evaluation of the site conditions 
supports the Contractor's claim. 

Gabions, Case B, are to be installed in the subject area. Case B type gabions are designed for 
a 0.8:1 to a 1:1 slope. In order to construct the gabions according to plan the rock wall and its 
integral footing would need to be removed due to interference near the top of gabions. 

The plans do not indicate the presence of the subject rock wall nor was the wall clearly 
visible due to vegetation cover. Thus, it is our opinion that the removal of the interfering rock 
wall warrants a contract change. The rock wall was removed for reasons other than 
Contractor convenience. The District has acknowledged the Contractor’s request. The work 
was performed on time & material. The District has approved the Contractor’s final cost 
of $2,665. 

Issue #064 - Contaminated Soil at UPRR 

The Contractor has served written notification that contaminated soils where encountered on 
September 5, 2003 under the UPRR bridge; this area is located within the Valley 
Transportation Authority (VTA) property. The District and VTA were notified immediately. 
The VTA has provided direction to the District on where to store the material. The material 
has been tested (creosote), manifests have been prepared, and the material has been hauled 
off; the VTA was on-site to sign the manifests the day of haul-off. The additional costs will 
be compensated as Force Account work. The District has approved the Contractor’s final 
costs of $14,622 for the subject work. 



Issue #065 - Highway 101 Sediment Removal 

The District has opted to remove the sediment under Highway 101 while construction is in 
the immediate area. The Contractor and the Construction Manager prepared a quantity 
estimate of 750 CY. The Contractor agreed to perform the work at the contract unit price of 
$20/CY for channel excavation, and on a lump sum basis. The District has approved the 
Contractor’s lump sum price of $15,000. 

Issue #066 - Brick in Slope at STA 14+50 LT 

The Contractor has submitted a change request for loose slope material near the UPRR 
Bridge. During excavation in the subject area, loose brick and concrete material was 
encountered along the slope face. Some slope material failed requiring structure backfill to 
get back to the proper subgrade. The Contractor claims that the loose material is a differing 
site condition and thereby warrants a contract change. 

Field observations by the Construction Manager support the Contractor's claim. The plans 
require the Contractor to grade the slope to conform to adjacent non-armored section outside 
the UPRR right-of-way. During this process, a short segment of approximately 20-feet failed 
due to the loose material along the slope face. 

Thus, it is our opinion that a differing site condition has been established. The loose material 
could not have been anticipated and was beyond the control of the Contractor. The District 
has acknowledged the Contractor’s request. The work was performed on time & material. 

The District has approved the Contractor’s final costs of $1,840. 

Issue #067 - Engineered Soil Mix 

The Contractor notified the District that the actual amount of engineered soil mix needed for 
the project would be approximately 70 to 80 CY; the estimated bid quantity is 10 CY. Upon 
review of the situation, the District opted to use topsoil in lieu of the specified engineered soil 
mix. Thus, the Contractor has been directed to furnish and place topsoil in planter boxes 
located in gabion zones, in lieu of the engineered soil mix. Bid Item #41 “Engineered Soil 
Mix” will be deleted from the contract, a value of $(2,000). The topsoil will be furnished 
and placed at a negotiated price (reference Issue #070). 

Issue #068 - Additional Irrigation Controllers 

The Contractor has submitted a change request for additional 4-station irrigation controllers. 
An additional irrigation controller is necessary at Wooster Bridge and 33 rd Street. The 
Contractor claims that the revised plant layout conflicts with the contract requirements. 

The District’s plant restoration consultant flagged all plants in the field. However, the 
flagging of plants did not reflect the plant layout on the plans. The Design Engineer reviewed 
what affect the field layout had on the valving and irrigation controllers. 

A revised valving and irrigation controller plan was issued. The valving was revised, but 
there was no increase to the number of valves. However, the actual plant layout did have an 
affect on the irrigation controller plan; necessitating the additional 4-station irrigation 
controllers. The aforementioned assessment supports the Contractor's claim. The District has 
acknowledged the Contractor's change request. The Contractor has been directed to proceed 
with the furnishing and installation of the additional irrigation controllers. The Contractor 
will be compensated by negotiated lump sum price. The District has approved the 
Contractor’s lump sum price of $8,111 for the subject work. 



Issue #069 - Additional Concrete at U-Frame Ramps 

The Contractor has submitted a change request for additional concrete at the U-Frame ramps. 
A contract clarification of certain structural details resulted in additional concrete (17.4 CY at 
contract unit price) along the U-Frame ramps. The Contractor had based its estimate on 28 
CY of additional concrete; however, a more accurate estimate by the Construction Manager 
indicates approximately 17.4 CY of additional concrete. The District has acknowledged the 
Contractor’s request. The District has approved the Contractor’s lump sum price of 
$12,900. 

Issue #070 - Topsoil 

The District had directed the Contractor to place topsoil in lieu of the specified Engineered 
Soil Mix (reference Issue #067) in planter boxes located at gabion locations. The Contractor 
and the Construction Manager agreed that an estimated 76 CY of topsoil is needed. The 
Contractor and the Construction Manager were able to reach a negotiated lump sum price to 
perform the work. The District has approved the Contractor’s lump sum price of $7,500. 

Issue #071- Plant Availability 

The Contractor and its landscaping subcontractor have notified the District of potential delays 
to planting in the event that certain species are unavailable at the time of scheduled planting. 
The growing phase yielded shortages in three species and a surplus in one other species. 
Three other species, including the California Blackberry, are short a number of plants and 
will not be ready for delivery until April 2004. The Contractor had been directed to progress 
with planting in accordance with the plant-specific flagging by the District. Upon completion 
of all plant-specific flagging, the District made a final assessment; 277 container plants were 
deleted from the contract. Additionally, the District directed the collection of cottonwood 
cuttings for approximately 24 plant basins. The District approved the Contractor’s 
$(1,800) credit for foregoing the planting of the 277 container plants and the 
Contractor’s lump sum price of $152 for cottonwood cuttings. 

Issue #072- Backflow Preventer Enclosures 

The Contractor notified the District that the specified backflow preventer enclosure is too 
small for the required backflow preventer. Detail 2/IR-4 of Sheet IR-5 specifies a Strong Box, 
Backflow Preventer Enclosure, Model #SBBC-30SS. Model #SBBC-45SS is the proper 
enclosure for the application. The Contractor has submitted a change request for the 
Landscaping subcontractor’s additional cost to furnish the larger enclosures. The District has 
approved the Contractor’s lump sum price of $2,346 for the subject change. 

Issue #073- Irrigation Controller Relay Incompatibility 

The Contractor notified the District that the specified IBOC irrigation controller’s (#R50- 
11D10-24) latching solenoid and the specified special relay are not compatible. The special 
relay is required to eliminate unwanted feedback from one controller to another. The 
Contractor proposed a solution that would eliminate the unwanted feedback. This involves 
the installation of two master valves and re-wiring of 12 remote control valves. The 
Contractor has submitted a change request for the Landscaping subcontractor’s additional 
cost to furnish and install two master valves, and re-wire 12 remote control valves. The 
District has approved the Contractor’s lump sum price of $3,255 for the subject change. 

Issue #074- Time Extension for Maintenance Phase 

The District has extended the contract duration to envelope the 3-year maintenance 
phase; to May 31,2007. 


Issue #075- Not Used 
Not Used. 

Issue #076- Irrigation Repairs at 33 rd .Street Outfall 
Open Issue (reference Section 8 of this report). 

Issue #077- Water Meter Reading at 33 rd Street 
Open Issue (reference Section 8 of this report). 

Issue #078- Erosion Gullies at STA 4+50 RT 
Open Issue (reference Section 8 of this report). 

Issue #079- Plant Condition 

The Construction Manager, the District’s Plant Restoration Consultant and the Contractor 
held a meeting during the month of August 2005 to discuss the health of plants in a certain 
area near King Road. The Contractor was informed that if plant survival has been 
compromised as a result of the Landscape Subcontractor’s non-performance, then any 
associated replacement costs would be borne by the Contractor. Subsequently, the Landscape 
Subcontractor took remedial measures to hopefully save the affected plants. The September 
monthly inspection indicated that the affected plants have a good chance of survival. The 
District’s Plant Restoration Consultant has advised the District that the affected plants 
have recovered. This matter is now closed. 

Issue #080 - Erosion Control STA 21+50 to 22+75 RT 

The District authorized erosion control work that is considered a non-Contractor matter. The 
erosion control was installed in an area where the adjacent grade is susceptible to erosion. 

The District approved the Contractor’s cost proposal of $2,258 to install erosion control 
devices. The work was completed by the Landscape Subcontractor. 

Issue #081- Add Container Plants 

The District authorized the addition of 277 container plants. This addition is the re- 
introduction of plants that were deleted from the contract in early 2004 due to a shortage from 
the nursery. The Landscape Subcontractor prepared a fixed price proposal of $5,502 for the 
work. The District approved the Contractor’s cost proposal of $5,502. 

Issue #082- Add Gate at 33 rd Street 

The District has authorized the solicitation of a cost proposal to add a new gate at the 33 rd 
Street terminus. This would allow for easier access for maintenance personnel, now and in 
the future. The Construction Manager prepared a Request-for-Proposal (RFP). The 
Contractor prepared a cost proposal of $1,428. The District approved the Contractor’s 
cost proposal. 

Issue #083- Willow Cutting Replacements 
Open Issue (reference Section 8 of this report). 
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00076 

REPAIR 

Irrigation Repairs at 33rd Street Outfall 

7/29/2004 


N 

OPN 

00077 

H20 $$ 

SJWC Water Bill Charges 

8/16/2004 


N 

OPN 

00078 

ERODE 1 

Repair Erosion at STA 4+50 RT 

12/9/2004 


N 

OPN 

00083 

00083 

Willow Cuttings - Replacements 

6/2/2006 


N 

OPN 
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Summary of Outstanding Claims - Reaches 1 & 2 


Claims resolved subsequent to Notice of Completion 

There were no unresolved claims at the time the Notice of Completion was filed. 


Issues subsequent to Notice of Completion 

Subsequent to the filing of the Notice of Completion, the following issues were introduced 
during the plant maintenance phase of the contract. 

Issue #076- Irrigation Repairs at 33 rd Street Outfall 

The Contractor notified the Construction Manager that the irrigation system had bee damaged 
at the 33 rd Street outfall. District crews damaged irrigation piping while making modifications 
to the 33 rd Street outfall. The Construction Manager confirmed the damage. The District 
authorized the work to be performed under force account; the estimated cost is $2,000. 
The Contractor has yet to submit any costs. 

Issue #077- Water Meter Reading at 33rd Street 

The Construction Manager introduced the matter concerning a very high water bill for the 
water meter at 33rd Street. The new Landscape Subcontractor noted that the high water bill 
was due to a valve that was stuck in the open position. The District will review water bills 
and make an assessment. The District may seek a credit change order, dependent on the 
water bill analysis. 

Issue #078- Erosion Gullies at STA 4+50 RT 

The Contractor notified the Construction Manager that there are erosion gullies at 
approximately STA 4+50 RT. The Construction Manager assessed the condition and 
recommended that the District make temporary repairs. The District authorized the work to 
be performed under force account; the estimated cost is $1,500. The Contractor has yet 
to submit any costs. 

Issue #079- Plant Condition 

Closed Issue (reference Section 7 of this report). 

Issue #080 - Erosion Control STA 21+50 to 22+75 RT 
Closed Issue (reference Section 7 of this report). 

Issue #081- Add Container Plants 

Closed Issue (reference Section 7 of this report). 

Issue #082- Add Gate at 33 rd Street 

Closed Issue (reference Section 7 of this report). 





Issue #083- Willow Cutting Replacements 

The Contractor has made a change request for the willow cutting replacements that occurred 
during March 2006. The Landscape Subcontractor argues that the replacements are not part 
of the original contract. The Landscape Subcontractor has prepared time and material reports 
for the amount of $1,664 plus 5% markup, totaling $1,747. The Construction Manager has 
reviewed the Contractor’s change request and has recommended District approval of 
such. The District is reviewing the Construction Manager’s recommendation. 


Unresolved Claims 


There are no unresolved claims through the end of May 31, 2006. 


Section 9 
Final 

Contract Amount 



Santa Clara Valley Water District 
Lower Silver Creek - Reaches 1 and 2 
Contract Value Summary 


thru May 31, 2006 




June 16, 2006 






BOARD AUTHORIZATION 





CONTRACT BID VALUE 



$ 14,666,440.00 


CCO #001 - Extra Work 



$ 


CCO #002 - Quantity Balance 



$ 





$ 







AUTHORIZED AMOUNT 



$ 14,666,440.00 







AUTHORIZED AMOUNT 



$ 14,666,440.00 


LESS Paid-to-Date 



$(14,605,915.75) 


BALANCE IN AUTHORIZED AMOUNT 



$ 60,524.25 







Contract Value 

Description 

Notes 


Value 

Comments 

Gross Earnings 

1,2 

$ 14,641,732.00 

Contract Value -- current 

Less STOP NOTICE 



$ (16.25) 







Adjusted Gross Earnings 



$ 14,641,715.75 

















Payment Summary 

Description 

Notes 

..... 

Value 

Comments 

Paid-to-Date 



$ 14,605,915.75 


Bid Item #40 Extra Work - Not Paid 



$ 





$ 





$ 





$ 





$ 


Bid Item #49 to 52 -- Value of Work to be Done 


$ 24,300.00 

Maintenance 

Retention - to be released 



$ 11,500.00 

Maintenance 






Adjusted Gross Earnings 



$ 14,641,715.75 

















Bid Item #40 - Extra Work Summary 
Description 

! 

] 

Notes 

Value 

Comments 

Total Value 



$ 449,023.00 

District-approved 

Less Paid-to-Date 



$ (449,023.00) 







Value to be Paid 



$ 

















Note 1: Final Quantities included 





Note 2: Completion of Bid Item #49-52 included 
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Santa Clara Valley Water District 
Lower Silver Creek -- Reaches 1 and 2 
Quantity Variation Summary 


thru May 31, 2006 


Item 

Contract Item of Work 

Prior Month 

Change This 
Month 

Current 

_Forecast_ 

4 

Concrete Rubble Removal 

$ (8,760) 

$ 

00 

On 

O 

6 

Channel Excavation 

$ 136,600 

$ 

$ 136,600 

7 

Native Channel Embankment 

$ 39,496 

$ 

$ 39,496 

8 

Seal Monitor Well 

$ (2,000) 

$ 

$ (2,000) 

9 

Stepped Gabion Baskets 

$ 2,180 

$ 

$ 2,180 

10 

Revegatation Area Preparation 

$ 80,640 

$ 

$ 80,640 

11 

1/4-Ton Rock 

$ (19,720) 

$ 

$ (19,720) 

14 

UPRR Permit Compliance 

$ (44,708) 

$ 

$ (44,708) 

25 

Type CL-6 Fence 

o 

o 

$ 

$ (10,104) 

26 

Type CL-3.5 Fence 

$ 11,870 

$ 

$ 11,870 

33 

UPRR (Cone Structures) 

$ 75,225 

$ 

$ 75,225 

34 

Highway 101 Channel (Cone Structures) 

$ 19,350 

$ 

$ 19,350 

41 

Engineered Soil Mix 

O 

O 

CD 

(N 

& 

$ 

$ (2,000) 

46 

Revegatation Planting (Container) 

& 

00 

o 

o 

$ 

$ (1,800) 



$ 

$ 

$ 



$ 

$ 

$ 


Totals 

S 276,269 

$ 

$ 276,269 
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BALANCE (Gross] $300,977.00 

LESS QUANTITY BALANCE _ ($276.269.00 

BALANCE (Net] j $24,708.00 



3 














































































































































































Section 10 

Record of Problems 

in 

Plans & Specifications 



Lessons Learned - Reaches 1 & 2 


Introduction 

This section is devoted to identifying problem areas in the plans and specifications. It is not 
intended to lay responsibility with any certain individual or organization, but rather, to inform 
those involved in the planning, design and construction administration of similar projects. 

The following summaries should be used as a learning tool. The important aspects to gather 
from such problems are the following: 

1. Identify problem. 

2. Understand problem. 

3. Take action to avoid or minimize potential delays if the matter cannot be resolved 
instantly. 

4. Resolve the matter at hand to avoid a larger issue later in the project. 


All of the problem areas were addressed with the Contractor. Although there were additional 
costs associated with most of the problem areas addressed herein, project delays were 
avoided and the contract was completed without any claims. The following summaries touch 
on the more significant problem areas on the project. 


Problem Areas 


Notice-to-Begin Work Date 

Problem: The contract specified a Notice-to-Begin Work date of May 29, 2002. However, 
the actual Notice-to-Begin Work date was June 10, 2002. The Contractor made a 
change request. 

Impact: This affected the first season of work. Since the contract required that Reach 2 be 

completed in the first season, there was no opportunity to defer any Reach 2 
work to the second season. Thus, the Contractor had to accelerate its schedule. 

Resolution: The Contractor was compensated for acceleration costs. 

Lesson: Avoid specifying an exact Notice-to-Begin Work date. 


Fish & Game Permit 

Problem: The Fish & Game permit had yet to be executed when the project was advertised. 

The eventual permit start date of April 30 conflicted with the RWQCB permit 
start date of April 15. 

Impact: This affected the second season of work. Since the contract could not 

accommodate a time extension beyond October 15, 2003 (that is at the time of 
the change of April 30, 2003) there was no opportunity to mitigate the conflict in 
start dates through a time extension. Thus, the Contractor had to accelerate its 
schedule. The only other possibility would be to return for a third season, but this 
was not a viable option for any of the parties. 



Resolution: The Contractor was compensated for acceleration costs. 

Lesson: Specify a more restrictive start date when the project is advertised. Although Fish 

& Game permit conditions were not known when the project was advertised, a 
more restrictive date could have been specified. This would not have made the 
need for acceleration for the second season. 


Bird Nesting Preventative Measures 

Problem: The BMP 3.2 requires minimizing impacts on nesting birds. The District 
interpreted BMP 3.2 to require the Contractor to take preventative measures so as 
to prevent birds from nesting; and to be responsible for any delays resulting from 
nesting birds. The Contractor disagreed with the District’s interpretation. 

Impact: The locations of bird nests were such that construction activities were able to 

avoid disturbing the nesting birds. 

Resolution: Potential delays were avoided. The Contractor agreed to absorb the costs for 
preventative measures; the District agreed to assume the risk of potential delays 
resulting from nesting birds since the Contractor could not control the situation. 

Lesson: Specify that the Contractor shall to take preventative measures such as mowing 

and tree pruning. This is taking reasonable measures to reduce potential nesting 
habitat and thereby minimize potential delays. Assuming that the Contractor has 
fulfilled its contractual obligation, the District must bear the risk of potential 
delays resulting from nesting birds. 


UPRR Permit 

Problem: The UPRR permit had yet to be secured when the project was advertised. 

Impact: Potential impacts were avoided when the District secured the permit in early 

2003, prior to the start of the second season. 

Resolution: Not applicable. 

Lesson: Secure permit prior to advertising project. 


Floodwalls 

Problem: Existing residential fences and power pole guy anchors conflicted with the 
floodwall structure at various locations. 

Impact: Extensive coordination effort by the project team to field-adjust the floodwall 

alignment and plan around fence and guy anchor relocations. 

Resolution: Potential delays were avoided. However, the Contractor was compensated to 
relocate the residential fences. 

Lesson: Make a ground survey of the features along the project site and factor into the 

design. 


Construction Staking 

Problem: Article 14.10 of the Special Provisions stipulates that the District will establish 
construction stakes only once; and that stakes destroyed or removed shall be 
replaced by the District at the Contractor’s expense. The Contractor interpreted 
the contract provision to require staking beyond cut-stakes. The District 
disagreed. 

Impact: Additional survey costs were incurred by the District as a result of the 

Contractor’s interpretation or destruction of set stakes by construction activities. 



Resolution: The Contractor agreed to reimburse the District through a credit change order for 
survey requests beyond cut-stakes. 

Lesson: Specify that the Contractor shall be responsible for setting its own construction 

staking. Minimize the District’s responsibility to providing temporary control 
points, at most. Article 14.10 was revised for Reach 3. 

Estimated Bid Quantities 

Problem: Certain estimated bid quantities were inaccurate by a significant degree. Most 
apparent were Channel Excavation and U-Frame Channel. 

Impact: The impact is primarily a budgetary one, trying to forecast cost exposure to 

assure that the work can be completed within the original Board allocation. 

Resolution: The fact that the U-Frame Channel was a Final Pay Quantity certainly helped; the 
actual quantity exceeded the estimated bid quantity. 

Lesson: Make a more accurate estimate of bid quantities. A lump sum contract avoids this 

concern, but only addresses the quantification aspect. Channel work is very 
linear, characteristically, and can be quantified accurately. 

Bid Phase 

Problem: The bid phase occurred such that work started in mid-summer and could not take 
advantage of the full April 30 to October 15 time-frame. 

Impact: There are increased costs implications with performing a given amount of work 

in a shorter time frame. Furthermore, it leaves little or no room for error in the 
work schedule and leads to potential conflicts with the environmental permit 
conditions come October 15. 

Resolution: None. 

Lesson: Start the bid phase earlier to allow the contractor to have the full April 30 to 

October 15 time-frame for construction activities in the creek. 



Section 11 

Progress Payment 
(Latest) 
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Section 12 
Project Photos 




Reach 1 & 2 

U-Frame Channel 

Viewing upstream from STA 38+57 



Reach 1 & 2 

U-Frame Channel 

Viewing upstream from STA 41+70 
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Reach 1 & 2 

Earthen Channel 

Viewing upstream from STA 8+00 


Reach 1 & 2 

Earthen Channel 

Viewing downstream from Wooster Bridge 


Reach 1 & 2 

Earthen Channel 

Viewing upstream from Wooster Bridge 
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Reach 1 & 2 

Viewing downstream toward the UPRR Bridge 



Reach 1 & 2 

Earthen Channel 

Viewing upstream from STA 35+00 
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Reach 1 & 2 

Native Plants 

Viewing upstream from downstream side of Wooster Bridge 



Reach 1 & 2 

Native Plants 

Viewing upstream from 33 rd Street Outfall 









